5> 


PLEASE  RETUR 

MONTANA 

DEPARTMENT  OF  HIGHWAYS 


Montana  State  Library 


3  0864  1006  6506  9 


CONSTRUCTION  ,  DISTRICT  DESIGN  and  PRELIMINARY 
SURVEY  PROGRESS  REPORT 


STATE  DOCUMENTS  COLLECTION 


ISSUED  THE  FIRST  MONDAY  OF  THE  MONTH 
OCTOBER  7,1985 


LEGEND 

STATE  MAINTAINED 
FEDERAL-AID  ROUTES 
~  Interstate 

-  Primary 

-  Secondary 

INCORPORATED  CITIES 
®  Capital 
®    County  Seat 
©  Other 


Butte  Over  5000 
Coscode     Under  5000 


FINANCIAL 

a 

COMMISSIONER  DISTRICTS 

District  Boundary 
District  Number 

Effective  Date-.   7-  I  -83 


MONTANA 

PREPARED   BY  THE 

STATE  OF  MONTANA 
DEPARTMENT  OF  HIGHWAYS 
PLANNING  AND  STATISTICS  BURE  AU 

IN   COOPERATION   WITH  THE 
U.S.    DEPARTMENT    OF  TRANSPORTATION 
FEDERAL    HIGHWAY  ADMINISTRATION 


SCALE 
20        40         60  Miles 


Sheet  1  of  3 
DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  October  3,  1985 

M-HRS 


NEXT       USED  THIS  EST 
MILE-        REPORT        %  COMP 
PROJECT  NUMBER  &  NAME  DESCRIPTION  STONE        PERIOD      COMP  DATE 


630 

Kalispell  Strip 
F  1-2(24)121 

PMS 

1.2  Miles 

Final 
PIH 

52 

50 

Mar  3 
1986 

268 

Mullan  Road  (2  Sets) 
RS  263-1(4)1 

G,GS,PMS  &  Structure 
4.2  Miles 

Plans  to 
Checker 

17 

61 

Apr  25 
1986 

603 

Libby  Southeast 
F  1-1(19)38 

PMS 

6.5  Miles 

Final 
PIH 

35 

10 

March 
1986 

845 

St.  Regis  Northeast 
F  35-1(5)0 

PMS  &  Widening 
3.4  Miles 

Plans  to 
Checker 

0 

90 

Apr  30 
1986 

024 

Flathead  Co.  Line-South 
F  5-2(3)86 

G,  GS,  PMS 
7.2  Miles 

Plans  to 
Checker 

0 

87 

Sept  17 
1986 

243 

Dixon  -  North 

RS  212-1(1)0  M 

G,  GS,  PMS 
3.2  Miles 

Prelim 
PIH 

0 

18 

May  6 
1986 

772 

West  of  Dixon  (Revais  Cr.) 
BRF  6-1(28)105 

Structure  &  App. 
Cfc5  Miles 

Final 
PIH 

0 

6 

Nov  25 
1987 

649 

Meadow  Creek  -  South 
S  508-1(2)12 

G,GS,PMS,&  Structure 
5.5  Miles 

Prelim 
PIH 

0 

5 

June  3 
1987 

891 

Perma  -  Dixon 
F  6-1(30)91 

G,GS  PMS 
17.3  Miles 

Prelim 
PIH 

0 

5 

Oct  30 
1987 

706 

Missoula  -  Bonner 
IR  90-2(75)106 

Cone.  Surf.  Rehab. 
4.6  Miles 

Prelim 
PIH 

113 

24 

Oct  29 
1985 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  2  Yellow  Copies 


bls/40Ka/STND40 


Sheet  2  of  3 

DISTRICT:  Missoula  1130 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  October  3,  1985 


M-HRS 

NEXT 

USED  THIS 

EST 

MILE- 

REPORT 

% 

COMP 

PROJECT  NUMBER  &  NAME 

DESCRIPTION 

STONE 

PERIOD 

COMP 

DATE 

567 

Elk  Hill-Lion  Springs 
F  1-1(12)65 

G,  GS,  PMS 
3.3  Miles 

Plans  to 
Checker  192 

81 

Jan  2 
1986 

521 

Hamilton  -  Corvallis 
RS  269-1(5)0 

PMS  &  Widening 
6.1  Miles 

Design  Planning 
Report  0 

0 

June  11 
1986 

873 

Perma  Canyon  Roadway 
RS  382-1(1)1 

F,  GS,  PMS 
2.8  Miles 

Final 
PIH 

0 

45 

May  12 
1988 

635 

Seeley  Lake-Inez  Lake 
FR  83-1(3)15 

PMS  &  Widening 
8.3  Miles 

Final 
PIH 

118 

18 

Oct  29 
1985 

816 

Big  Fork  -  East 
F  83-1(3)74 

PMS  &  Widening 
8.7  Miles 

Final 
PIH 

2 

50 

Dec  1 
1985 

634 

Clearwater  Jet  -  East 
FR  24-1(16)32 

PMS  &  Widening 
11.8  Miles 

Prelim 
^IH 

6 

24 

Oct  22 
1985 

770 

Ovando  -  East 

RTF  -  HES  24-2(16)43 

PMS  &  Widening 
12.3 

4 

Prelim 
PIH 

19 

10 

Sept  13 
1986 

604 

Eureka  -  South 
F  5-4(2)174  U-l 

G,GS,PMS&  Structure 
12.6  Miles 

Final 
PIH 

0 

11 

Nov  13 
1989 

861 

Ravalli  Weigh  Station 
F  5-2(30)27 

Scale,  Scale  House 
&  Approaches 

Final 
PIH 

21 

6 

Sept  26 
1986 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  2  Yellow  Copies 


bls/40Ka/STND40 


2- 


Sheet  3  of  3 
DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  October  3,  1985 


M-HRS 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT        USED  THIS 
MILE-  REPORT 
STONE  PERIOD 

% 

COMP 

EST 

COMP 

DATE 

880 

Happy's  Inn 
F  1-1(26)69 

PMS 

11.3  Miles 

Planning 

I\cpUI  L 

0 

1 

Feb  23 
1989 

788 

Marion  West 
F  1-2(22)90 

PMS  &  Widening 
9.8  Miles 

Final 

PTH 

1  7S 

LI  J 

21 

Nov  15 
1985 

724 

Whiter ish-Olney 
F  5-3(20)129 

Timber  Removal 
16.6  Miles 

Prelim 

0 

Dec  1 
1986 

Arlee  -  St.  Ignatius 

PMS 

15.9  Miles 

Final 
PIH 

0 

0 

Ronan  -  Poison 
F  5-2(9)46 

PMS 

11.7  Miles 

Final 
PIH 

0 

0 

McGregor  Lake  E  &  W 

PMS  &  Widening 
8.5  Miles 

Prelim 
PIH 

0 

0 

Thompson  Falls  -  East 

PMS  &  Widening 
4.7  Miles 

Prelim 
PIH 

0 

0 

931 

Missoula  West 
IR  90-2(78)94 

Cone.  Surf.  Rehab 
12.0  Miles 

Final 
PIH 

20 

11 

July  6 
1987 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  2  Yellow  Copies 


bls/40Ka/STND40 


3 


* 


CMS- 14 


DISTRICT: 


All^So  a  t-jg 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         9-  Z.-S"-  «9-S" 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH:        /.  .  fi,    #1;  s 
COUNTY:        Mi*  C 


ST.  /?tt,s    £T.  tip 


CONTRACT  TIME:  zzg  QJor/^-^j  B*^.  * 
ORDER  TO  PROCEED  DATE:  y-/^-^^ 

%  COMPLETE:  9&  

%  TIME  USED: 


S  g 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  7  yc/C,  9&8  .ff? 
CONTRACTOR:     Wfisr//«  e*7*~>    £q+js:t.  Co 
FROM  (town):     ^xr^^  ,  qUl  


AWARD  DATE:     U~a*>.  /?8  V  

DATE  WORK  STARTED:     /rt*^*  S  /<?#<S 
PROBABLE  COMPLETION  DATE:    &^7.  /s;  s<rfi£~ 
NO.  DAYS  WORKED  PER  WEEK:  .S" 
SHIFTS  PER  DAY: 


NO 


NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:  ^Tames  cy* 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


C  y  9  -  2  </<£  o 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  //30 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ?-ZS~3S~ 

PROJECT  NO. :  st/VO  CONTRACT  AMOUNT:     $  *7f*76>7.fc 

PRO  J.  NAME:  ^SJ-S-  CONTRACTOR:     ^^.a^^As^  _Z5^^r  rT^'f 

LENGTH:  Jj  /Ss   FROM  (town):      ^a^A^s^^.  Jtf&u  

COUNTY:      Af/^J>^^iC^   AWARD  DATE:  7'-j^^3-f  

CONTRACT  TIME:         //&  at? erf*  DATE  WORK  STARTED:  ^-/A"?<$ 

ORDER  TO  PROCEED  DATE:  ^~^f  PROBABLE  COMPLETION  DATE:  ? 

%  COMPLETE:  S~3   NO.  DAYS  WORKED  PER  WEEK:        ^S*~  T 

%  TIME  USED:  jgg   NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:               /-S~~/'S       NO.  HOURS  PER  SHIFT:  <& 
ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  —^T^/S^^^  TELEPHONE:         ^y£ir  -Js^do 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^jg       ADDRESS:        ^S~7T  f~  


GENERAL:     p'y~  ^^.^  r  j&a^z^  ^SS^        <dk4£22£i2&.  — 

^^r^t-^^tyiTJi  — 

tp-^^^^  s?^  ;  .  Et&Z*  ££2e£j£±  ZjS5£Zi%2*£2.  dfa&*fck?X4  7, 


— c — h«Mg^ww»i  '       --'   —  w  — —  ■  '  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


5 


CMS-14 


DISTRICT:  /ff^W*- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <?-3a-g>r 


PROJECTNO.:    Xfc  9o  ./(.on W;  

PRO  J.  NAME:    1  ^1*        ^ -faJsSs 

LENGTH:  ;/,y Wg<  

COUNTY :  ft W  /TU^M  

CONTRACT  TIME:     -7?  ^//m/? /7xy« 
ORDER  TO  PROCEED  DATE:  f-^y 

%  COMPLETE:  q$  

%  TIME  USED:  gz.  


NO.  MEN  EMPLOYED: 


JL 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  2]UQLlim.Le> 
CONTRACTOR:  C^hnM..  gte, 

FROM  (town):  /Tl^ouM.   

AWARD  DATE:  3- 7-9 -#5-  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:       //j-  /-  fjT 

NO.  DAYS  WORKED  PER  WEEK:  _/  

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  % 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      j£jL^  7~%H  /.tw  TELEPHONE: 

V         ADDRESS:        A/ler-rtU,  (Mi 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


general:    £j[  ^a M  yfS/tfrjtk  OazylkhzL  Z&  tbilly  'd&a  -g&midiig,  is.  ite. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  //30 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ty~JZ?~&5 

PROJECT  NO.:      X~£  9o~  3.  Cll')^?  CONTRACT  AMOUNT:    $    QcjOJ  <?£3,  Op 

PRO  J.  NAME:      MttOuM  &KT  J*  CONTRACTOR:     JJiAtiQ  Cf^<T.  

LENGTH :    FROM  (town):      TZ^ZXJ  %H/s  TD/^ 

COUNTY:       ^i^ou//f   AWARD  DATE:  9'V-K6/  

CONTRACT  TIME:       /</p   DATE  WORK  STARTED:  9-/9"- g*/ 

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  ^SO'gf 

%  COMPLETE:       %(p     ?Q   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:        ffO  ^n   NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:       //   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    (jdllaU  0.  MwzT  TELEPHONE:      S^rf  "  <W9 /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      J)epT  nf  Ul2=WUJ^y^ 


GENERAL: 


7 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


7 


DISTRICT:  yffl&SOzd*^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.  :  fe^/fa)/^^ 
PRO  J.  NAME:  rnZZl  k-^  d d) 

LENGTH:  /tf/Uf 
COUNTY:  ^^r>/7^ 

CONTRACT  TIME:  ft  ID  

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  

%  TIME  USED:   iT3 


CONTRACT  AMOUNT: 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED:  /- 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


J_  


PROJECT  MANAGER:  fiuTt&K 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  Jg* £  0*.  </    <SLj2f>//&  *C^/#y\  0 ^  f^/sfT^ 


---         --         -  If      dSXf/Jfe     f-f  W**^&fy"fj; 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  ///Ag^^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:     S&Ja^  s*/**jS. 


COUNTY:  jjj&OUiUL  d.  *-AK* 
CONTRACT  TIME:      /Z.<P    \A/.  Z?. 


CONTRACT  AMOUNT:  $  jf,  2iT/^  £~ 3  3  .  SO 
CONTRACTOR:    R,y£A<.,^  ^ 

FROM  (town):  /* r~  

AWARD  DATE:  £>~Z  &  /?>£~  

DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:     3  $'^^ 

%  COMPLETE:   £±  

%  TIME  USED:  ^>  

NO.  MEN  EMPLOYED:         /  ?-  y^g 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     cJa^,,  X    6  TELEPHONE 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  L*> 


GENERAL:       (~l*A0'<*/<Z    f   7&  %  w/r/»      s*0£7~  *>A 

TffC-  Iff  A  AC  HC2.  Hj£  OC^£.  pa/-     r  Mj£    c^r~    ^r~.  Sz.Si.ro 

Elba 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  ^/^30uJa 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^^^A 

PROJECT  NO.:  CONTRACT  AMOUNT:     $  0  &  & 

PRO  J.  NAME:  r'fcfcrf  CONTRACTOR:  s /?^' 4  £35? 

LENGTH:    tfd   FROM  (town):     tfu&MA.  ^jgZZ— 

COUNTY:       '^Z^rtsl&t-f  AWARD  DATE:  /C -  t>  ~ 

CONTRACT  TIME:    tfasnp/v/lfyiJt/A,  /MS*  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:     £2l2zMzL.  PROBABLE  COMPLETION  DATE:  /O^/S'-SS' 

%  COMPLETE:  J2-S^   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  M/l   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:   £   NO.  HOURS  PER  SHIFT:   |[  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  ^AeZ-nh  TELEPHONE 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  p//P/>7j$^ , 


GENERAL:      /jL>oy<  $£sjtJkkl^x    ?~//'R5-  UZO^tL  W 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:  mi.^o^W 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^cpWbeR  ZO}  lite? 


PROJECT  NO.:    <BftF  ittrli&ilaLS 
PROJ.  NAME:     f^M    £Rk ..  T=f*ll« 

LENGTH:   

COUNTY:       ^rvoW  ^  


CONTRACT  AMOUNT 
CONTRACTOR 
FROM  (town) 
AWARD  DATE 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  77 
%  TIME  USED: 
NO.  MEN  EMPLOYED:  IQ 
ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT: 


5 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:     Jj,  J,  QLtmiC 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  Z 


GENERAL:    fcfcfegjg  eLeUm  ihr,#<*  +  pma *d  &xsA4sd-*4  c&ulu^c  

(».kit  K  on 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  $/£30&Jk 

CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     /^^-q.  (\ f)?^ 
PRO  J.  NAME:  j&t**j!~S 
LENGTH:  /  S# /  Jf/fe^  ~ 

COUNTY:  /tf/gStu/t- 
CONTRACT  TIME:  O  £>*f3 

ORDER  TO  PROCEED  DATE:  ^-/C-^S^ 

%  COMPLETE:   2 'S^_  

%  TIME  USED:   

NO.  MEN  EMPLOYED:   ^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Jfim //)//// *M 5  TELEPHONE:  5"V^^^/ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS :  /fy/  £S  &  IcJa^ 


CONTRACT  AMOUNT:    $  /  f^^£^£> 
CONTRACTOR:     y#s??tr/C*~A     &fAfi HfZS> t>  • 

FROM  (town):  M/S^Jtf/q^  

AWARD  DATE:  -Zj^r^S/   /?  SS" 
DATE  WORK  STARTED:     J?  ~%ST 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK:  & ^ 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:  £ 


3ENERAL :         fiut/rujr     /(J*r/tl  J-6<L/7  /t,<?X?*f/t-'/z,d, 


^l£^L£!S  zjfZx  <£t3L  7^^7  3&£2l 

>4e. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^JT-&£~~ 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


CONTRACT  TIME:  fp 


CONTRACT  AMOUNT:  $ 
CONTRACTOR: 

FROM  (town):  {^gj^  * 
AWARD  DATE:  ~<&4- 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  /&& 

%  TIME  USED: 


94- 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION 
NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


ACTUAL  COMPLETION  DATE:  ST 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  ^//^ 

PROJECT  MANAGER:     s/a s,<s>*/    /?-  TELEPHONE :  &g&Z&£gZ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /^fiBamfctf 


DATE: 

WEEK: 

o 

o 

O 

a- 

/«2  ~<Psr 

GENERAL:  P fZ-G><//ZC.r  L£l  &2&&£Mtp£.     /  _ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 
PRO  J.  NAME:  rf/tef  <>/  jL>/i ) 


PROJECT  NO. 


$  6f.  & 


LENGTH 
COUNTY: 


CONTRACT  TIME:        £0  ^J>. 


CONTRACT  AMOUNT: 

CONTRACTOR:  sfre tfJdjf  '&/f*?fo7i3'fcz?7<. 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED:  S^-ZdL^L 


ORDER  TO  PROCEED  DATE:  £'S~ 

%  COMPLETE:   /g  O  

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:  gj^ttL 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  s  UJilh'****        TELEPHONE:  Sj£tj 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:         ^jjk     /Vf*-/    J'S"///^*^    £S .  (^^CJ^J 

yfe>  £^oirf"  z-^/fX^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^^^i^w 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  jS"<^f  /  jjjg  HtJL 


PROJECT  NO.:  #5  3-/ 3- ~2  (&)  3 
PRO  J.  NAME:  y^y/^Lg-^ 


LENGTH: 
COUNTY: 


5& 


CONTRACT  TIME:  ^-/^ 


CONTRACT  AMOUNT:     $   Z# 3- 3-_C .  X3 

CONTRACTOR:     /?Ann  f,*s/Je//l^y£.3r/7£. 

FROM  (town):  ^yx7*> 

AWARD  DATE:  j2 

DATE  WORK  STARTED:  J$'/Z'%S~ 


ORDER  TO  PROCEED  DATE:  ^/C'ZX' 

%  COMPLETE:   #  

%  TIME  USED:   


^1 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:  MS* 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ~7^/"SS^ 
EFFECTIVE  OPENING  DATE: 

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


NERAL:  /  /V/tS  J^L/J/rjT/fe  tl  7^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/9 


CMS-14 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        $(iT.  /    .  £f£fc£. 


PROJECT  NO. :  3fo  -  /( 3)3 

PRO  J.  NAME:        7>££W/»  C/QAJt&d 

LENGTH:   //V  

COUNTY:  ^A/J^F/PS  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:        7- # - 

%  COMPLETE:   /7  Vo  

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  Jlfc %  £$2 
CONTRACTOR:  ficdttd  gjt£^  /*/(L, 

FROM  (town):      //A/o  ,  AJaJ 

AWARD  DATE:  Jfr//T  6>  ■ 

DATE  WORK  STARTED:        ^/TpT-.  6, , 
PROBABLE  COMPLETION  DATE:      aL\/.  *£~^t9$& 


NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER:     J/>M£&  /.  g<^_ 

ADDRESS: 


NO. 


OF  ENG.  PERSONNEL  EMPLOYED:  Z. 


GENERAL:       &/&J*J  /P/f//B^Atf  dOU^/Tir/*    /AJ^ry^A^ y-^/   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  fajg 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  4-3*-gr 


PROJECT  NO.:  fo.ra7-/fa)n 
PRO  J.  NAME:     Mh>jr-bJ  S*u-tA 

LENGTH:  /,z   

COUNTY:  yr   


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


7T ut/tkifM 


<tUz2£. 


94 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  tLUIL^SSL 
CONTRACTOR:       J^i~„j  W<U,fSt,  77,r.. 

FROM  (town):     /Tl/SSauJ*  .  tHh  

AWARD  DATE:  l£z£z£Sj  


DATE  WORK  STARTED: 
PROBABLE  COMPLETION 
NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


2  -  ZJ-fg" 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    g&tgfa  -rTw   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  V 


DATE 

WEEK 

1 

1 

f 

TELEPHONE: 

ADDRESS :      M&l&iL  Ott 


GENERAL:  jv*-r  larrC  .bid .      iti/A/o.  /A*.    »/y  i&mJBzkjjdty 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


/7 


DISTRICT:  47/&3ouJa, 


CONSTRUCTION  PROGRESS  REPORT 
PERIOD  ENDING:  jf&frf; 3d) /ftiS* 


PROJECT  NO.:  C^)  CONTRACT  AMOUNT:    $  £>4><0&7>/6 

PRO  J.  NAME:  /#%?/^  frfyt-/7/3&if*l*-    CONTRACTOR:       J.*r?4  j 


LENGTH: 
COUNTY 


FROM  (town):         /Of/^SOZc/jL , 

  /VPjJUl/jjL.  AWARD  DATE:  fcg±^ 

CONTRACT  TIME:  ^  l/JD  DATE  WORK  STARTED:        V  -y3  - 

ORDER  TO  PROCEED  DATE:   //>~3-4^%3  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   /&   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  f  %  ~  NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE:  g-Zrf^Z^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  £ 
EFFECTIVE  OPENING  DATE :   

PROJECT  MANAGER  TELEPHONE:  ^^'^j / 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS: 


NERAL:  /V/?*/ JgrA/VAj/z  ^fi7/7&/ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:  M/SSOt/jC* 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:       9  ~  30"  cf^" 

PROJECT  NO.:  /  r  Z^>  O  CONTRACT  AMOUNT:  $<j 

PRO  J.  NAME  ■//.//o/zs'£~  —       ^C/k  CONTRACTOR:  CosU^f  <?o  . 

LENGTH:  /Q  ,  </  /V/L£S>  FROM  (town):   ^/^r^ /^/LLs 

COUNTY:       S^s?7s¥^S?<Q   AWARD  DATE:      ^-J-  £S  

CONTRACT  TIME:       ZOO   uJ.  &,  DATE  WORK  STARTED:      ^g"-  /- 

ORDER  TO  PROCEED  DATE:       gg-^g"  PROBABLE  COMPLETION  DATE :  CfoJyr 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:   NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  /O 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:        f?/£&/<?j{ct £  TELEPHONE:    -3ff'/>'-  ^CigO  

NO.  OF  ENG.  PERSONNEL  EMPLOYED /S      ADDRESS:  ,  /3g->C 


GENERAL:  C<5fi/<S7?  2     /fXCWtTT^C    S^2g/*f  ^r%.  ^gQ  t 

^T^Aj^^sofJ   Cons j> 77  /S  A^J^/l^>  cJ*T£rfLL,*J£. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  /rfjrs^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ?  -^y-^T 


PROJECT  NO. : 
PRO  J.  NAME:                                +  fr 
LENGTH:        ^  y^y  3.s 
COUNTY:  ^^^fg_  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED: 


74% 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  A  *££jJZ3*A£_ 


FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


J.  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:      CZ?  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED ^  7  ADDRESS: 


GENERAL:     sV&<&*is  ^  &p&aejU4Basisdt    &Z£Jk    CcA*&&&ZS.  7*4 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


district:  Mi.vSouleo 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^yyg/.  2£s 

PROJECT  NO.:       P  SzM  Jkl  *  CONTRACT  AMOUNT:     $  944-,  I  1  

PROJ.  NAME:     y^, jig  Cxh -wd^U^.+h  CONTRACTOR:     PgQl^    PrW/n^    ^  Inf. 

LENGTH :     fr.fl    FROM  (town):   ^rvWrnt,  T  An  t-)Q 

COUNTY :      F\Q+hr,qJ   AWARD  DATE:     fif  ^ber  /qfi4" 

CONTRACT  TIME:     &Q  ^otiiif^J  Va/.^  DATE  WORK  STARTED:     May^  IRAS' 

ORDER  TO  PROCEED  DATE:     ^/l6>/BS  PROBABLE  COMPLETION  DATE:     Qr.KeJhex^  19&T 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  S  

%  TIME  USED:  |QQ   NO.  SHIFTS  PER  DAY:  j  

NO.  MEN  EMPLOYED:       /2  4-p  I 5"  NO.  HOURS  PER  SHIFT:  &  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     K,   Cf,^i^f.r  TELEPHONE:     755 -£7/1  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      gjQ     RoyL  4^>q  


GENERAL 


 djUh  -  contra &for   /or  //>^     Q/Jardra i  /  ^/o^?  <: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  /ft &5  <f *  / ^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    £*f>f,  /fSS^ 

PROJECT  NO.:     /?~/S£5  y./^/fr,)  U-  2-  CONTRACT  AMOUNT:     $  /7  S0  0  

PRO  J.  NAME:   Si#/>/r>oi   l/^fffKj CONTRACTOR:     //a  t-p/.yr£  Xhc 

LENGTH:  ^  FROM  (town):  fis  

COUNTY:         $*-*Jt       ^//*£>a/'7  AWARD  DATE:  yi'J-Z'  ZS'  

CONTRACT  TIME:  $0  g!.I>.  DATE  WORK  STARTED:  7->£-%S~ 

ORDER  TO  PROCEED  DATE:    £"-3%"  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   /0  0   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER :^T J^jJj^^L  TELEPHONE:   


NO.  OF  ENG.  PERSONNEL  EMPLOYED7:  ADDRESS 


GENERAL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  Missoula 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:         September  25.  1985 
RTF  36-1(2)5 
RTF  6-1(29)10 


PROJECT  NO.:     F-HES  6-1(18)68 

CONTRACT  AMOUNT:    $  1.399.979.52 

PRO J.  NAME:       See  Below 

CONTRACTOR:       Peak  Paving  Co.,  Inc. 

LENGTH:         15.0  19.5 

7.0  Miles 

FROM  (town):         Sandpolnt,  Idaho 

COUNTY:  Sander* 

AWARD  DATE:          April  26,  1985 

CONTRACT  TIME:         90  Work  Days 

DATE  WORK  STARTED:         June  11.  1985 

ORDER  TO  PROCEED  DATE: 

May  28 f  85 

PROBABLE  COMPLETION  DATE:         May  1986 

%  COMPLETE:  85 

NO.  DAYS  WORKED  PER  WEEK:  5-6 

%  TIME  USED:  76 

NO.  SHIFTS  PER  DAY:  1 

NO.  MEN  EMPLOYED: 

25± 

NO.  HOURS  PER  SHIFT:  4-12 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  N/A 

PROJECT  MANAGER:       K.  Chris tnger  TELEPHONE:  755-5717  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _5_       ADDRESS:  P.O.  Box  400  

Kalispell.  Mt.  59901 


GENERAL:             Project  RTF  36-1(2)5  was  seal  coated  and  striped  the  past 
reporting  period.    It  is  1007.  complete.  

 Project  F-HES  6-1(18)68  was  completed  paving  on  September  25 

and  work  began  on  placing  shoulder  material.  Interim  striping  will  be 
mext  week  with  Guard  rail  work  also  slated  to  begin  next  week.  Allother 
work  is  bacially  complete  except  for  seeding  and  seal  coat.  


*5  Miles  north  of  Plains  -  North 
Trout  Creek  -  Northwest 
Plains  West  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


23 


CMS- 14 


DISTRICT:  AfASLSpcSJC* 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      9  ~  3Q  -  g£ 

PROJECT  NO.:        38'/  CONTRACT  AMOUNT:     $  S?3&&  .d/O.  ^8 

PROJ.  NAME \£„l.  S^/tfrS  -        7*>  CONTRACTOR:  7^Z~-  <?0a/s77 

LENGTH:             <7<  3  s*fs/^<L  FROM  (town):  cJrtstf. 

COUNTY:    AWARD  DATE:                     -  83  

CONTRACT  TIME:           X^O  oJ.  DATE  WORK  STARTED:  S¥ 

ORDER  TO  PROCEED  DATE:  /C  -         <g3  PROBABLE  COMPLETION  DATE:  Qg/T "/Q./9f& 

%  COMPLETE:             99   NO.  DAYS  WORKED  PER  WEEK:  S 


%  TIME  USED:   NO.  SHIFTS  PER  DAY:   /_ 


NO.  MEN  EMPLOYED:   j5~  NO.  HOURS  PER  SHIFT:        /O  - /Z 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  /V//? 

PROJECT  MANAGER:  ^  f^/gOftLcl^  TELEPHONE:      387  -  &QgO  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /- 3   ADDRESS:      /?  Q .  /30yC  /££  

GENERAL :      T^T -  *$7>?7Z.      /S  rt^  &££2jU&J&^8& 

S2c>V/z/Zj>fUG>  TsV&iestfo    /=Z^^7/i  J7^//?>^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


EMS- 14 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9/26/85 


PROJECT  NO.:     RS548-1  (5)4   CONTRACT  AMOUNT:     $  1,249,387.36 

PROJ.  NAME:     W.  Reserve  Dr.-N.  of  Kal.    CONTRACTOR:     tawr<P,n  A.ph.i^ 
LENGTH:     1.7  miles   FROM  (town):  Missoula  


COUNTY:     Flathead   AWARD  DATE:  9/28/84 


CONTRACT  TIME:      80  working  days  DATE  WORK  STARTED:  4/15/8S 


ORDER  TO  PROCEED  DATE:     10/28/85  PROBABLE  COMPLETION  DATE:  1Q/18/8S 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:       \  _s 

%  TIME  USED:      97.5   NO.  SHIFTS  PER  DAY:  _j  

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:  8 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Gary  Marin   TELEPHONE:  7SS-S717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    2=1       ADDRESS:    5th  Ave.  NE  &  MOntana 

P.O.  Box  400  


Kalispell,  Montana  59901 

GENERAL:      plant  Mix  Surf  (paving)  la  now  991  rnmplpf* ,  Chip  &  Seal  

(Cover  Material  l/2in.  Gr2A  &  CRS-2>  is  now  100%  complete.  Sidewalk  fa  now 

90%  complete.  Stormdrain  is  now  100%  mmp}?t«  Culverts  are  now  1007*  complete- 
Grading  is  now  1QQ%  complete.  Various  cleanup  joha  are  in  operation.  

Signing  subcontractor  arrived  on  the  jnh  q/7yft«;  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


2S 


CMS- 14 


CONSTRUCTION  PROGRESS  REPORT 


DISTRICT:  ^g&r^ 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. : 
PROJ.  NAME: 

LENGTH:   

COUNTY 


CONTRACT  AMOUNT:     $  y  y^, yjzO , 
CONTRACTOR:  -Z^ 


FROM  (town): 
AWARD  DATE: 


r  - t  -  .r-  r»  y  v  —a 

CONTRACT  TIME:  <^3" 

DATE  WORK  STARTED: 

<- 

r~  for 

ORDER  TO  PROCEED  DATE:  fS 

PROBABLE  COMPLETION 

DATE: 

%  COMPLETE:  ^^3, 

NO.  DAYS  WORKED  PER 

WEEK: 

S 

%  TIME  USED:             ■  9^ ^ 

NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:  ? 

NO.  HOURS  PER  SHIFT 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO 


OF  ENG.  PERSONNEL  EMPLOYED:  JL. 


TELEPHONE: 
ADDRESS:  y&.± 


GENERAL: 


DISTRIBUTION: 


3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^7/350*/^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:    ^C^?^  3&  /fZS* 

PROJECT  NO.:    jPS  *7~/ fS')  &  DATE  SURVEY  AUTHORIZED:  3 

PRO  J.  NAME:  A^//-/^n\  DATE  WORK  STARTED: 

LENGTH:  ^  4  ^ &&.  ESTIMATED  COMPLETION  DATE:  f-J-S'-gS^ 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  /?//syv  Z)//77wk  TELEPHONE:  2-%%-  3Z7^ 
NO.  PERSONNEL  ASSIGNED:         &  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      sv?fs.z^^  ^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         <?'  Z.  7  <gr  

PROJECT  NO.:     >g  Z  DATE  SURVEY  AUTHORIZED:  7>-fc- 

PROJ.  NAME:   £*f*«<ujnM  M>.      DATE  WORK  STARTED: 

LENGTH:  &  £   /VftSC  ESTIMATED  COMPLETION  DATE:  _^==_ 

DATE  SUBMITTED  TO  DISTRICT:  2?  & s~ 

PROJECT  MANAGER:     VC»  .  TELEPHONE:  ^  

NO.  PERSONNEL  ASSIGNED:     /  -  3  %  COMPLETE:   /Oo  %o  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

27 


DISTRICT:  Missoula 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       September  25,  1985 

PROJECT  NO.:       S  508-1(2)12   DATE  SURVEY  AUTHORIZED:  1/3/84 

PROJ.  NAME:     Yssk  River  Road  DATE  WORK  STARTED:  11/14/84 


LENGTH:  3±  Miles   ESTIMATED  COMPLETION  DATE:  Unknown 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     K.  Chris inger  TELEPHONE:  755-5717  


NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  40 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


j  '  Sheet  1  of  2 

'S,  |  DISTRICT:  Butte 

DISTRICT  DESIGN  PROGRESS  REPORT 

'  'j  '  .  ... 

FOR  THE  PERIOD  ENDING:  3  -  PS 


M-HRS 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT- 
MILE- 
STONE 

USED  THIS 
REPORT  % 
PERIOD  COMP 

EST 

COMP 

DATE 

278-1 (4)0 
Jackson  Int.  West 

PMS  Overlay  & 
Widening 

o 

M  0299(A)  Ul 
Anaconda  Streets 

Overlay,  Grading  &  F~ja/ 
1  Draina8e  O&S. 

JOO 

F  55-3(3)12 

Legion  Ave.  -  Whitehall 

Drainage 

P.Ztf 

H 

3" 

/do 

F  85-1(2)0 

Jack  Rabbit  Lane 

PMS  Overlay,  Grading  &  /?// 
Widening  ^ 

o 

/as 

FR  8-4(9)99 
Three  Forks  No. 

PMS  Overlay  & 
Widening 

P.X.M 

so 

F  69-1(2)10 
Boulder-Whitehall 

PMS  Overlay  & 
;  Widening 

S3' 

6>C> 

M  0299(A)  U2 
Anaconda  Streets, 

Reconstr.,  Sidewalk,       o  -r  I  s*\ 
Curb,  Gutter  &  St.  Dr.  t -^H  ^ 

o 

•  

1(1)0 
Harrison-Pony 

PMS  Overlay  & 
Widening 

IS 

F  49-1(4)2 
Dillon-North 

PMS  Overlay  & 
Widening 

3Z 

s 

F  46-3(1)42 

15  Mi.  NE  Wisdom  NE 

1  PMS  Overlay  & 
Slope  Flatten 

>  & 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


ST301/DES103 


I    I   ' 1 


Sheet  2  of  2 
DISTRICT:  Butte 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


BBacBBsnscaaaaaBeaBstsasiisaBBsn^aaeatzansasaas&BBBBBaHaanDSSBB&BBSBBBG 


PROJECT  NUMBER  £.  NAME  DESCRIPTION 

laacaaissBBBaQsaanocBSBBSEasaaaaiiBaBiiBnaB 


"  M-HRS 

NEXT  USED  THIS  EST 

MILE-        REPORT        %  COMP 

STONE       PERIOD      COMP  DATE 


Buxton  Int.  No.  &  East 

i  ! 

trno  uverxay  a 
Guardrail 

i 

r  //V 

O 

'as 

IR  15-1(72)17 
Lima-Red  Rock 

PMS  Overlay  & 
Guardrail 

o 

35 

IR  15-2(52)126 
Butte  Fence 

Fence  Rehab. 

o 

*'/ 

IR  90-5(47)240 
Whitehall  West 

PMS  Overlay  & 
Guardrail 

IR  15-1(73)38 
Red  Rock  Int.  No. 

PMS  Overlay  & 
Guardrail 

• 

3 

y6£ 

vf 6/na/cm 


DISTRIBUTION: 


CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


ST301/DES103 


3* 


CMS- 14 


DISTRICT:       Butte  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10-=2-85 


PROJECT  NO.HES  8-4(5)76  &  BHF  8-4(8)76    CONTRACT  AMOUNT:     $  1.721.425.85 

PRO J.  NAME: County  Rd.  &  Missouri  R.  Br.  CONTRACTOR:   Mclntyre  Construction  Co.,  inc. 


LENGTH: 
COUNTY: 


0.70  Miles 


Broadwater  County 


FROM  (town):  Great  Falls,  Mt. 
AWARD  DATE:       August  28 ,  1985 


CONTRACT  TIME:       150  working  days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  _0  

%  TIME  USED:  1  


9-30-85 


NO.  MEN  EMPLOYED: 


12 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


DATE: 

7-1-83? 

WEEK: 

5 

1 

8 

PROJECT  MANAGER:  A.  G.  Reather 


444-6326 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


2701  Prospect 


Helena.  Mt.  59620 


GENERAL :  The  project  has  just  started.  Clearing  and  top  soil  removal  has 
been  done,  Borrow  is  being  hauled  to  the  fill  altflS  and  a  work  hrirlgg  and 


dike  is  being  built, 
ings  are  approved. 


Work  on  the  structure  will  begin  when  cofferdam  draw- 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


3/ 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    f  ^?)z,^ 
PRO  J.  NAME:   £d/yi£rfcO*J  -  SocsJ-  k 
LENGTH :  //.  T  *YI. 

COUNTY: 


CONTRACT  TIME:  /Z>£>    OU.O  , 

ORDER  TO  PROCEED  DATE:  <£l£jjtj£*j_ 

%  COMPLETE:   

%  TIME  USED:   


CONTRACT  AMOUNT:     $   3,  3^*?. </  7 

CONTRACTOR:       37^  G./n^  tL*C  . 

FROM  (town):  \3u   

AWARD  DATE:  H/3o/?3   

DATE  WORK  STARTED:  ^fy/^^l 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  /f?£* 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  j/?/?^ 
PROJECT  MANAGER:       f^/^^f^  TELEPHONE:       fTT^  -  95^&Z^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ///a 


GENERAL :     fhj^j  r  4&  -ft*.*/-*  J>*  <^».  £j  "72  HA 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      3G  Sep  85 


I  3D  15-1(68)44 

PROJECT  NO.:  I  3D  15-l(52)46U3  CONTRACT  AMOUNT:    $  5,996,110.85 

PROJ.  NAME Armstead  N&S,  Pipe  Organ  N&S  CONTRACTOR:  J.J.  Welcome  Construction  Co.,  Inc. 

LENGTH:   7.1  Miles   FROM  (town):     Redmond,  WA  98052 

COUNTY:     Beaverhead   AWARD  DATE:  2-8-85  

CONTRACT  TIME:       180  WD  DATE  WORK  STARTED:  5-24-85 


ORDER  TO  PROCEED  DATE:  2-10-85 
%  COMPLETE:   40 


%  TIME  USED:  58   NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:  30-45   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   Caprara   TELEPHONE:  683-6290 


DATE: 

Jun  86 

WEEK: 

6 

1 

10 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     10        ADDRESS:     PO  Box  1342 


Dillon,  MT  59725 


GENERAL :     Contragtor  hauling  out  of  cut  area  between  Sta.  542+50  to  'Sta.  555+00 , 
and  placing  embankment  from  Sta.  485+00  to  Sta.  515+00,  also  cutting  Ramp  areas 
and  hauling  to  Sta.  450+00  to  Sta.  500+00.  Contractor  5-Trucks,  l-D-7  Cat,  1- 
Fromtend  Loader  hauling  RipRap  along  K  -Line  and  River  Sta.  144+00  to  Sta.  148+00 

and  afaggjpm  stockpiling  RipRap  Sta.  141+00.  

Gilman  Excavating  hauling  Base  Course  3  In  Gr  2A,  Sta.  830+00  to  Sta.  669+50, 
also  Laying  and  processing  gravel,  crushing  Base  Course  H/2W  Gr  5A,  and  hauling 

to  Sta.  829+00  to  787+20,  also  laying  and  proceesing.  

One  Way  Sign  removing  guardrail  at  various  locations  throughout  th  Project. 
COP  Construction,  formed  and  poured  division  box  on  Project  this  period. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  St/TTB 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  OCT.   S,  jftfS' 

PROJECT  NO.:  ^7-/  fr-^fVMSL  CONTRACT  AMOUNT:     $  /;  2^  JS/,QQ 

PRO  J.  NAME:  JS^L  f  JoBS  CONTRACTOR:  £?r£EA!5/^  <5>A/T/?ACT/Aj£ 

LENGTH :  FROM  (town):      /%/}y/JSr  A/r  

COUNTY:  j^H^^^y  AWARD  DATE:  V-T^ 

CONTRACT  TIME:   s///}   DATE  WORK  STARTED:  7-/7-£S~ 

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   J///?   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  &- 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   /?.77  JrtlSoAf  TELEPHONE:      ^V-3  2.2-V 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ^y-~^ 


GENERAL:     >yM    L^T/J  */<?T  y££>    ;aj  D/ST*JCT 


C0/*SX£rT£:.  

  Djst.   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


Suite, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  JO"Z^SS 


PROJECT  NO.:  /g-z(£s)l~3o         CONTRACT  AMOUNT:     $  &yOZ4j/&£.  &4- 

PROJ.  NAME:     3Lrtt<L   ~  hforth  CONTRACTOR:  (2or\sfrucfmr) 

g.8    Miles   from  (town):     Great   Falls7  MT 


LENGTH: 
COUNTY: 

CONTRACT  TIME:       /£o     irf.'D.  DATE  WORK  STARTED: 


Siluef  .Sou;  AWARD  DATE:  ~f~ZS-%S 


ORDER  TO  PROCEED  DATE:      g-Z£~8S         PROBABLE  COMPLETION  DATE:      //"/'  %L> 


%  COMPLETE:   £>  °7b   NO.  DAYS  WORKED  PER  WEEK:  S 

%  TIME  USED:  /4-*7o  NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:       8  AourS 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^BeHfle,   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /Z       ADDRESS:  V.O.  Z06B 


GENERAL:        t-Jf^/c    /,f  ^Jc< y  .  7*>~& ^  /&>s~  (S7^r7&>>/ 
 ^3 — 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:   2130  (Butte) 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/3/85 


1-10.15-2(^)130 


PROJECT  NO. : 

PRO J.  NAME:  Butte  North  

LENGTH:      0.042  miles  (structure) 

COUNTY:  Silver  Bow  

CONTRACT  TIME:  150  working  days 
ORDER  TO  PROCEED  DATE:  8/26/85 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  6  P034f  165.64 
CONTRACTOR:  Sletten  Const.  Co. 
FROM  (town): 
AWARD  DATE: 


Great  Falls,  Montana 
7/25/85 


DATE  WORK  STARTED:  8/27/85 


PROBABLE  COMPLETION  DATE:   August  1986  (structure) 

NO.  DAYS  WORKED  PER  WEEK:  5  

NO.  SHIFTS  PER  DAY:  1 


NO.  HOURS  PER  SHIFT: 


8 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Robert  Gilman  ( struct . )TELEPHONE :  494 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _3_       ADDRESS:      Butte f  Montana 


5894 


GENERAL :      Progress  on  the  structure  portinn  of  this  contract,  has  been  fair. 

 Lay  out  of  structure  is  complete,  four  gooting  excavations  are  complete, 

 concrete  has  been  placed  for  bents  1  t  5  footings  and  bent  5  columns. 


Percentages  complete  are  as  follows:  bridge  survey  controls  15; 
structure  excavation  75;  class  AD  concrete  14;  reinforcing  steel  14. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /0-3 


PROJECT  NO. :  XJ£k£@6i}J£2.  442 
PRO  J.  NAME:  -  J&SSA/ 

LENGTH :  y^/r  

COUNTY :  v^S5*55^Vl/ 


CONTRACT  AMOUNT:  $  <jtS,#8/.  *Jf 
CONTRACTOR:  &>*sT.    <S> , 

FROM  (town):  /£l£s/J<£.S 


AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   8& 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ^3.9-^S~ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:  J/a&LD 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  y/V-5^g^r>^ys/    g_  j£&CggZ&£££L     's  ^L~^Z>/aJ6 


/v//*?Z.    Data   jjs  ;a/    Djst^j<zt   ^Fjce   £vt  &J&*hai6~ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  BuTTE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /JS-gf 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


T  /S-3 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


2£L  


2£. 


NO.  MEN  EMPLOYED: 


6<L 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  /3^^9^ 
CONTRACTOR:   SL£tt£*  <^e>MST.  <^>, 


FROM  (town):  Jy91US.  s*?7: 
AWARD  DATE:   <^~/J 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:  S~ 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:  8 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:  /y^jLLy/fAf  /%>**l 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:     A<6#/c  £2>jVS-jj>  mi>     <Z>/=    JZ*//SM/aI  6     <Pf&XAT 16 At 'JS 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:     213»  -  lutte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  tt-3-tS 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


II  5-302)150  U-3 

lTBlCt  -  1*8 !■ 

•.35   

Joffertw  


CONTRACT  TIME: 


2jj  wrkimf  day 

ORDER  TO  PROCEED  DATE:  5-21-15 

%  COMPLETE:  g  

%  TIME  USED:  73  

NO.  MEN  EMPLOYED:  33  


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $2,7— f( 
CONTRACTOR:     gl«»iem  Ce»»tructim  C+. 
FROM  (town):     Great  f*ll>.  Mjgtjjj 
AWARD  DATE:       Ayrll  2%  t5ttfa  


DATE  WORK  STARTED:     Ma^  23.  IMS 
PROBABLE  COMPLETION  DATE:     M«T.  1M5 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   1 

NO.  HOURS  PER  SHIFT:  * 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER: 
NO.  OF  ENG 


BaciM  a.  wi*h* 

PERSONNEL  EMPLOYED:  3_ 


TELEPHONE : 
ADDRESS: 


225-3942 


p.p.  UxJIM 


GENERAL:  Dn»l  »trttCt*re  «t  St*.  1LL+M.99i  Started  remevl»C  writ  hridf. 
St  .nttt*r»  »t  SU.  1M3+5L.—;S«t  jpM         1&2  Type  I  Prcatr— id  jn^ 


&tmctmre  »t  SU.  tt^75.— :  F1»1»»  wrk  tog  gemeral  tlUKMl  «f  writ 
P»»l  PtrttCtlW  *t  St*.  11f»25.5»l  DrTe  l«»t  Urn.  1  O  Sarrice  film.  Ftmri, 
place*  ted         MMitiiMg  ted  Ctocrete  far  le»t  Me.  1  MB  x-bcim.  leaf 

Me.  1&2  »k,wll»  Hi  lateimedUte  diaBdrtf  fer  teutkeeuad  etruetere  and  eet 
gjto  Me.  1  g  1»5'  Ty»e  IV  PreetrMM*  Dual  »trmct«re  at  Eta.  1173-H4.7t: 

Rteered  writ  bridge .  All  It—  are  tMflj  eamelete  except  tkee«  t.ket.  f»new; 
Str.  IxMtY.  Type  I  «5*;Str.  SxcaT.  Ty»e  II  •5*:Rciaferci»{  Steel  •JgiRelafere- 
img  Steel-Kpexy  Ceatcd  gj&CUfJ  AD  Cwertte  •4g;Cl**a  ID  Ceacrete  t5*:Str, 
8t— 1  SHfaMtdi  lridge  f*;Iridge  Surrey  Centrele  fig;  Pretectire  Ceat  fgT 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Sctt^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


'S-  3  (±3)/43 
/S-3  (&s) 


CONTRACT  TIME: 


o, 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  jr 
%  TIME  USED: 


7-30-rS^f 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  /6.33I 
CONTRACTOR:  k^fj 

FROM  (town):  jJ.sson*  

AWARD  DATE:  7  ~C-tf 


DATE  WORK  STARTED: 


Sr-7-ti 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   (__ 

NO.  HOURS  PER  SHIFT:  /t> 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  g  /Ujfe^  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /7  ADDRESS: 


4?<4-  S&94 


GENERAL :      M^ts^,*sc  r*~'  ^y^^1    &CC     ^  x  <rs?  c//^r/cs    £ xcj.*>7— 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:        2130  Butte 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10-3-85  

PROJECT  NO.:  1-15-3  (43)  143   CONTRACT  AMOUNT:     $  16,331,851.22  (prime) 

PROJ.  NAME:  Elk  Park  North  (Structures)  CONTRACTOR:  Washington  Const.  Co.  (prime) 

„,  ~~~    ,       .  Uop  Const.  Co.  (subcontractor) 

LENGTH:  0.015  Miles   FROM  (town):  Ttin-ings,  MontAna  

COUNTY:  Jefferson   AWARD  DATE:  7-6-84  

CONTRACT  TIME:        280  working  days  DATE  WORK  STARTED:     8-23-84  (structures) 

ORDER  TO  PROCEED  DATE:      7-30-84  PROBABLE  COMPLETION  DATE:     9-6-85  (structures) 

%  COMPLETE:    Structures  10C#   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Robert  Gilman  TELEPHONE:  494-5894 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:      3         ADDRESS:  Butte,  Montana 


GENERAL:       Final  inspection  for  the  structures  was  held  on  9-4-85. 

All  final  work  by  the  contractor  was  completed  on  9-6-85.  

The  engineering  crew  is  presently  engaged  on  the  structure  portion  of 

the  final. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 

i/ 


CMS-1A 


DISTRICT:  tft/TTE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /O-  3-SS 


PROJECT  NO.:    M£S  j29-j('?)S'0 
PRO  J.  NAME:  //0 .  ^  &/ZXZ££> 

LENGTH:   &  At.  

COUNTY:   s#U&-S&a/ 


CONTRACT  AMOUNT:     $  S3;  7/1.  6  O 
CONTRACTOR:      ^,A.  &>^~r 
FROM  (town):        M#m?jE;  JStT 
AWARD  DATE:   jl-y/-£_£' 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


33- 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  6>"J7-^JT 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  &-JZ/-££ 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS: 


^3 


JZZl*/^  A/77  ^~97JS 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


(      ;  DISTRICT:  2130 

4 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     October  3f  1985 

PROJECT  NO. :     RTF-HES  29-1(12)13  

PRO J.  NAME:     Twin  Bridges  North  

LENGTH:   6.5  Miles  

COUNTY:  Madison  

CONTRACT  TIME:  70  days  

ORDER  TO  PROCEED  DATE:     July  8,  1985 

%  COMPLETE:   fog  fq% 

%  TIME  USED:    60%  

NO.  MEN  EMPLOYED:  25  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     R.T.  Wilson  TELEPHONE:  &k=222k 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:   Box  3068 

 Butte t  Montana 


CONTRACT  AMOUNT:    $  9-32,804.55  

CONTRACTOR:      m«m  ^hhaln  Tnn 

FROM  (town):    Lino  Lakes,  Minnesota 

AWARD  DATE:      May  1,  1985  

DATE  WORK  STARTED:     August  6,  1985 
PROBABLE  COMPLETION  DATE:     June  1986 

NO.  DAYS  WORKED  PER  WEEK:  _6  

NO.  SHIFTS  PER  DAY:   j  

NO.  HOURS  PER  SHIFT:  1? 


GENERAL :     Plant  mix  operations  began  on  Sept.  13.  1985  and  were  completed 
Oil  October  2,  1985.  Digouta  on  the  project  were  started  on  Sftptwrnhftr  13,  1Q85 
and  were  completed  on  September  20,  1985^  nnnt.raM.^  ^nisW  ikying  n^^Qary 
drain  culverts.  Contractor  finishing  slope  work  on  the  shoulders.  Project, 
was  painted  on  October  2,  198fr,  for  winter  shut  down.  Shoulder  gravel  st?11» 
remains  to  be  placed  before  the  winter  shut  down.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  3sr~T£ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -zPjS""  

PROJECT  NO.:    /j£S  <46-<Z(J)£#  CONTRACT  AMOUNT:    %jy.  73-^.  60 

PRO  J.  NAME:  £}st        ivtsz  CONTRACTOR:  J,.A.  &A/srfiU^T/OAl 

LENGTH :   /,  3    FROM  (town):    /hi/^E^  AfT.  

COUNTY :   A&H&flMZyfO  AWARD  DATE:   /-3-FJT 

CONTRACT  TIME:   ^£>  DATE  WORK  STARTED:  y_ 2g^£gZ 

ORDER  TO  PROCEED  DATE:   V-Z^-fc)-  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:      7 -2.4- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  7~3a 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER : jZtfy?//  Cj  /&?0/?±L  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       /?0,  /?<tx  4£>  

GENERAL :    /y///9l    DATS)   /Jsks    /Jot                 jfir££jr/=£>  D,ST/?,cT 
 &AA/C£.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Z'3& 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  OrTob,^  Jy 

PROJECT  NO.:      f-               &   CONTRACT  AMOUNT:     $            AZ^  ^ 

PRO  J.  NAME:    J^^c^S*  ~  US*r*r  CONTRACTOR:    X„  QuAba^.  „T,~f.jr~ 

LENGTH:  |g  f  A?,l*  <   FROM  (town):  ~^3y£7^_^ZJZ  

COUNTY:  /)e£r    AWARD  DATE:  /f  -  t  -  # ^  

CONTRACT  TIME:                                    ^/s  DATE  W0RK  STARTED:  ^r-f/ 

ORDER  TO  PROCEED  DATE:        ^-fr-r^  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  & 

%  TIME  USED:   £J?_   NO.  SHIFTS  PER  DAY:   0 

NO.  MEN  EMPLOYED:  O   NO.  HOURS  PER  SHIFT:   CP 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    J_  TELEPHONE:        ¥££z  3^2^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:        -^f^T^Tc  A???.  


GENERAL :     jfc  &LfijL£ZL     Z^ZJt.   TAjCJL  &£U*dL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  "Sutie^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       £{f>t  £^  /9g ^ 


PROJECT  NO.:  f  ^<  52>-?.£,d)  ^ 
PRO  J.  NAME:  {9*//*+/^  <2*»ya/J  Qjd . 

LENGTH :  ^  !?    m.  'Us  

COUNTY:        S?x> >n  

CONTRACT  TIME:  /jL>.  p . 

ORDER  TO  PROCEED  DATE:  "//te/gV* 
%  COMPLETE: 
%  TIME  USED: 


CONTRACT  AMOUNT:     $  /    ~Z.6£'J  £££ 
CONTRACTOR:     f^/^.rr  L   C^A  0 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  4"^ 


PROJECT  MANAGER:  ^4u^/L 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL 


TELEPHONE : 
ADDRESS: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


3vtt£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:        37? -JZ  (SJ>)J>7 
PRO  J.  NAME:  Afa^  MiLL 

LENGTH:   £>  ytf.  

COUNTY:   ^^LShTSS/  

CONTRACT  TIME:  f-AZ-fitS'  


CONTRACT  AMOUNT: 

CONTRACTOR:  Jt&iSaS   &>s/*T.  Co, 
FROM  (town):  /^9JJ-S)  A/77 

AWARD  DATE:   


DATE  WORK  STARTED: 


8~)3  -#S 


ORDER  TO  PROCEED  DATE:  7-/<9-£S~ 

%  COMPLETE:  

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


////? 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  &-/S-gS 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^4SS*x+f  TELEPHONE:     S~8C -?j5T^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS : 


GENERAL:     y^/J^L    £&T/9    JS  D/S-/?/cT  . y&r 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /0- 3-££ 


PROJECT  NO.:   /T,S/?F  jF9-/f5)  7 
PRO  J.  NAME:  Cly/*  J&OTsJ 

LENGTH :   7.  *  ^ 

COUNTY :   /%#K  


CONTRACT  AMOUNT:     $  JT,  9^  ,  <VjT 

CONTRACTOR:  J/A?  ^ 
FROM  (town):  jdfrr/E;  sVt7 
AWARD  DATE:   


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   /<fi#  

%  TIME  USED:   /0f  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  J-JZy-FS' 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS: 


GENERAL :      ^*J,  k&uk    &L   3v/Ss*,TT*£>  W/=As=^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  <Z/3J> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3  /^S^" 

CONTRACT  AMOUNT:     $  -ffV^  f£ 
CONTRACTOR:  &aJ&&&£a, 
FROM  (town):      £r  *  0^  As^ 

AWARD  DATE:   £  ~  fT  -  r  ^  

DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:  ^£^Jj±S^ 
NO.  DAYS  WORKED  PER  WEEK:  O 

NO.  SHIFTS  PER  DAY:   P 

NO.  HOURS  PER  SHIFT:   £  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     J  £rtcjt  sa^  TELEPHONE:      Sff-  32  4.*/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      ai^aggv>  /^y-,  


PROJECT  NO.:    XJLl  9e>  -4-/yy)jt>rO 
PRO  J.  NAME:  M, 

LENGTH:       f.  j?q  V  

COUNTY:  Jkj&LejgEfe  

CONTRACT  TIME:  /^O  (ibjdbtMf  &LpS 
ORDER  TO  PROCEED  DATE:  -g-^ 

%  COMPLETE:   f±  

%  TIME  USED:  9  £  

NO.  MEN  EMPLOYED:   O  


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  y^-J-^ 


PROJECT  NO. :  Jrf  fts)  23-7 

PRO  J.  NAME:  /^jp/^trLL 

LENGTH :   y  j  A?/, 

COUNTY:  J&F&ejSosJ 
CONTRACT  TIME:   ZjT  A<J>, 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   





NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:  $  j;9^S,907.#S 
CONTRACTOR:  ////j>f  ^ST. 


FROM  (town):  £*£fiT  /xuS  .  A/y: 
AWARD  DATE: 


DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


3  -M  -£S 


ACTUAL  COMPLETION  DATE:  7-3£-£5 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ^-^-J^T 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J/jcA;  /y?,c/cJ&A/  TELEPHONE:  -  3^X^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:    /^vWZ   /3?7/g    JS     /A/     D/st/?,ct  /?vT  ^£cACsa/6 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  gurr£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /0-3-J:-£' 


PROJECT  NO.  :  JX  ^5;) 3b 7 

PROJ.  NAME:  /f^   &  Ssf>F-&HTT- 


LENGTH: 
COUNTY: 


£23L  ST/, 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  ^/-s£ ~<%S~ 

%  COMPLETE:   <?7 

%  TIME  USED:   <gg  

NO.  MEN  EMPLOYED:   £  


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT 
CONTRACTOR 
FROM  (town 
AWARD  DATE 


s-3-XS 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        /4jUs3-<?s*7  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         £?qk  /JJQ 


DATE 

WEEK 

/ 

a 

GENERAL: 


<2&£V  d3&£&£L  ~7t  &  /)qjJ£. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      &u  lie 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S^i. 

PROJECT  NO.:  (49)  34-/  CONTRACT  AMOUNT:    $  J 2  / C?{-2.00 

PRO  J.  NAME:    ^s,ylL  -  W**J-  CONTRACTOR:     //;/J,_   C^lA  - 

LENGTH :   %J_   FROM  (town):  SJL  OZiJz 

COUNTY:  /^/T   AWARD  DATE:  /-  /9#S~  

CONTRACT  TIME:     _22£>     \a/^L  DATE  WORK  STARTED:  S~ 

ORDER  TO  PROCEED  DATE:  J&JS&S"  PROBABLE  COMPLETION  DATE:  0-30-^7 

%  COMPLETE:  /    NO.  DAYS  WORKED  PER  WEEK:  S~ 

%  TIME  USED:  _6  %   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:        /JZ  -  j>&,   NO.  HOURS  PER  SHIFT:  g  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     G.  <£j  J-J-^y  TELEPHONE:  >g&2-   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       //XZ.    j^k/  />W/ 

GENERAL:       j/iJdxL    Og&JL  &Ld&£   oLtZjaJ,    ~k  jarsjeJ-  <7~/7~Z9. 

r<l.  I4z.  SMlldip 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 

57 


CMS- 14 


DISTRICT:  ■  z/j'o 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. :  7'^7^/)  JV/ 


PRO  J.  NAME:  SJ^y^^>^>  ^^r  _  sr^rj?- 

LENGTH:  9  /  

COUNTY:  S&OsrA:  


CONTRACT  AMOUNT 
CONTRACTOR:  SSs 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  ✓  ftg'J~ 

%  COMPLETE:  y  3 

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


ACTUAL  COMPLETION  DATE: 


DATE: 

WEEK: 

s 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  4stf>?<ey TELEPHONE:  ^2^2.   

ADDRESS:  ?  z   AfyfJ r~  ^y>^ T~ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


<<?<*/ j*>y-</ J  0^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  ffuTTB 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  JT/?  <?Q  -7 (^L) 
PRO  J .  NAME :  A^/SSoM  J^t&P. 
LENGTH :                 y^.x/  y*//, 
COUNTY :  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  %  JZ}  )2Q.  0O 
CONTRACTOR:  /J/jJ)i£  CoMsT.  <5> . 


FROM  (town):  &?£AT  £kuSf.  /tfr: 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^/t^OA/  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT:  Butt£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /0-3-fS' 


PROJECT  NO.:  #S  37* -J  (3)  «3  

PRO  J.  NAME:  JfiCKSON \^h£2U 

LENGTH :   ^3   

COUNTY:  ^^y£^A>^fy 

 Me.  J*£>' 


CONTRACT  AMOUNT:     $  ^£,5^27.30 
CONTRACTOR:  ReHBEjfiJ  £x£.  /AlC\ 
FROM  (town)  :             ^A£J=S  .  A//A//J. 
AWARD  DATE:   -?S 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  £ ~J.fi  -£C 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:  jz^y^  ^€e^LL 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:    S^4l         ^y&Z    ^^7/^   A^ZZ    ^/»^gAe£  JS//FaJ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:       fcT  S 


PROJECT  NO.:      //-  /t)  CONTRACT  AMOUNT:     $    Z7J  ? '££ 

PRO  J.  NAME:  S„  -  &  £tm  CONTRACTOR :     X„  £^^2k^^t 

LENGTH :   0,  C    /Y, /*  s  FROM  (town):    U?i/??i> „  M?.  

COUNTY:       JZljLL    AWARD  DATE:  7-   

CONTRACT  TIME:        ffr-  &*rA,s*o  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  ~&  


%  COMPLETE:   O   N0-  DAYS  WORKED  PER  WEEK: 

I  TIME  USED:  &  NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:   O.   N0-  H0URS  PER  SHIFT:   /? 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      J,   ^g^Xga  TELEPHONE:       Vf  */-  3  g s  4/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  ,  ATT . 


GENERAL :     //<,  -/^?W  <2*~J*z*~xut  ~ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  ^Bwif^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /0~3 


PROJECT  NO. :  CONTRACT  AMOUNT:     $  j£*74'.2So 

PRO  J.  NAME:     EoLst  OwIl  St.-  3jfttt,  CONTRACTOR:     jJjfA  Gjlm&H    ElC.j  Iy\C  . 

LENGTH :       0. 4Z     M I  /cS  _  FROM  (town) :     ^LsHe,^  Moritasvu  

COUNTY:       Sl'lue.\r  2oLU   AWARD  DATE:  /Q-3h84- 


CONTRACT  TIME: 

1£ 

Ld.3. 

DATE  WORK  STARTED: 

11- 

19^4 

ORDER  TO  PROCEED 

DATE: 

PROBABLE  COMPLETION 

DATE: 

/O-ZS-85 

%  COMPLETE: 

99 

% 

NO.  DAYS  WORKED  PER 

WEEK: 

o 

%  TIME  USED: 

% 

NO.  SHIFTS  PER  DAY: 

o 

NO.  MEN  EMPLOYED 

o 

NO.  HOURS  PER  SHIFT 

o 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  &-2o-%£ 

PROJECT  MANAGER:        2fc#/a,  TELEPHONE:        -4 94-  '  244 Z. 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  f.  Q.    foot,  3t>6>Q> 


GENERAL: 


tS^ajfebs^g  t^ltm^^js^s^/m  &jbteJj££z^  c5^^v^^y 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    _5^/  3a  %S~ 

PROJECT  NO.:    ^/yj  f    ^Ofl-VS"  CONTRACT  AMOUNT:    $   ^3Z.  4-70.OO 

PRO  J.  NAME:    ma,J.    ZljfrJts  CONTRACTOR:     \j/S££  \/J/,  g~J. 

LENGTH :    FROM  (town):     A^JL  Zj&tO&lsjL 

COUNTY:    AWARD  DATE:  3-//-#<T  

CONTRACT  TIME:       /4&  ^aJs  DATE  W0RK  STARTED:  ^-fS^"  

ORDER  TO  PROCEED  DATE:    J£jy£z&L.  PROBABLE  COMPLETION  DATE:  /JZ~3^~'S5' 

%  COMPLETE:  4-9'   NO.  DAYS  WORKED  PER  WEEK:       S"  V  6? 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  ,  IT  . { m  / 


NO.  MEN  EMPLOYED:  <g   NO.  HOURS  PER  SHIFT:  g-f 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  <:J-U^.  TELEPHONE:        ?Z7_  <z/<f  f  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_       ADDRESS:        //Z,1~  /^>w/- 

GENERAL:       \A/eJ    l/0  JL    ,^J*JjP   *r„<Ly   ^AjOoJA  hfl/il 
Advert -fv~r*^  it^  AtJ)   us/*.'  /    Criczh    /t^,    dautr^  tH^^i.^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  /JotFE- 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       /O  -  3  -^S~ 

PROJECT  NO. :  AfJ~#B9(3)  fAfff£>9(V)  CONTRACT  AMOUNT:     %  JL3>1  6M.j5Q 

PRO  J .  NAME :  /fa/tr.  /?KE,  f  dyST£*  /ftg,  CONTRACTOR :  /fa/io  aJ    lc  G>/<ST.  G.XhIC, 

LENGTH :   /).  3   yt/y.  FROM  (town)  :  ^ST  y^£l^J^  AZt. 

COUNTY:  >£vSft^r   ^  <^^Ac  AWARD  DATE:   

CONTRACT  TIME:   JrfD<  DATE  WORK  STARTED:  9-/7-^^ 

ORDER  TO  PROCEED  DATE:     ^"27-^  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   /0Q   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  f-SJZ-tfS 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  7 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  >?,  £.   yfe?7^/f  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      »?7o/    /j&&£&£Z_  s4n£. 


GENERAL:      £/f££k/Ai£     Of    T^AJ&L      DrtTAl     JS    /%£>  <?/?£SS/N  &  SA/ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


sr<P- 


CMS-14 


DISTRICT: 


Butte  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10-2-85 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


M    5815  (3) 


Cruse  Avenue 


0.3  Miles 


Lewis  and  Clark 


CONTRACT  TIME:    100  working  days 
ORDER  TO  PROCEED  DATE:   April  15.  1985 

%  COMPLETE:  95%  

%  TIME  USED:  91% 


NO.  MEN  EMPLOYED: 


15 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1,606,401.09 
CONTRACTOR:     Maronick  Construction  Co.,  Inc. 

FROM  (town):    East  Helena,  mt.  

AWARD  DATE:      September  28,  1984  


DATE  WORK  STARTED: 


January  16,  1985 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct  15,  1985 
5 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     A.  G.  Reather  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      8  ADDRESS: 


444-6326 


2701  Prospect 


Helena,  t. 


GENERAL :      Progress  has  been  good.    The  curbs,  gutters  and  sidewalks  are  completed . 
The  paving  is  completed.     Striping  is  50%  complete  and  signs  are  being  erected. 
Minor  landscaping  and  cleanup  is  in  progress.    Lighting  and  traffic  signals  are 
90%  complete. The  contractor  and  subs  are  working  towards  a  10-9-85  completion  date. 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


> 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3d- 

PROJECT  NO.:      tfl  ^   j^j  CONTRACT  AMOUNT: 

PRO  J.  NAME:   fauo,  th,«>c*k,  <L,  QfilUJi*)  CONTRACTOR:   

LENGTH:      ^ ./   FROM  (town):  _ 

COUNTY:    AWARD  DATE:   


CONTRACT  TIME:         /qc   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:  -   PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   —   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  —  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  £  (D/i  So  «J  TELEPHONE:      ££k  I   sgg  ^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    S_       ADDRESS:     fcg,  /%<,X  J//  &   


GENERAL:        <3r>  /J  ^/>c/   /Jot    /?+d*&7>£h    /I  Z  Vg^ 

Big*' 


9-36  -ft 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


&UT-TIZ. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /d>-3-3>S' 


PROJECT  NO.:     grf  <9&S<i,(6) 


PRO  J.  NAME:  fel»£U   gfi/D££  XaAD 

LENGTH:   ^  ^  y^,  

COUNTY:   &?LLATJA/ 


CONTRACT  AMOUNT:     $  /^S^  JZ9&.  /V 
CONTRACTOR:     /2yW*/  . 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  ^/-^9-£S~ 

%  COMPLETE:   

%  TIME  USED: 


9* 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  <?-J^-3i£~ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

TELEPHONE :  ^JZ-^/99 
ADDRESS :  /^>x. 


PROJECT  MANAGER:  J&?# y  /£pM,/A? 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  /^*/?L  Z^rrf  /S  //J  DjSTX/CT  (Pf=^J<^  ^£Zc/c,*iG 
A/AST  Mr  S-T^T^sn   


-r 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  ^ggg 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £££ZiJ£L2£&£. 


PROJECT  NO.:     /jjt^  4&£zZCQ£t           DATE  survey  AUTHORIZED:  J?4y/4SS 
PROJ.  NAME:     Mutt-***/                  t&         DATE  WORK  STARTED:  /^(Zjtei^ 
LENGTH:     — «*""  ESTIMATED  COMPLETION  DATE:  • 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:   TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 IE 


DISTRICT:  fii/rr£. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3qegzg&/£g£_ 

PROJECT  NO.:  fif  )  DATE  SURVEY  AUTHORIZED:  ,  /7&S 
PROJ.  m^XMSMmtjU^   DATE  W0RK  STARTED:  /foQ**)  


LENGTH:     ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 IE 


DISTRICT:  fi^r^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^£py  30,/?/83 

PROJECT  NO.:     £m<f  J/ -/{//)  <??  DATE  SURVEY  AUTHORIZED:   St:/>S  /0./9#<j 

PROJ.  NAME:   S^rAj  0£XtiUaiLd2Z?L  DATE  W0RK  STARTED:  /j^^,^ 

LENGTH:    ESTIMATED  COMPLETION  DATE:     /y/ A 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Sj^SO& 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^/>y-  .j?£>J9fi£ 

PROJECT  NO.:    LS^23£z/CQ.  Q   DATE  SURVEY  AUTHORIZED:     A/^fa,^  ^/W 

PROJ.  NAME:     £jJu£J&j1<Os*23£&  DATE  WORK  STARTED:     ^  Gg£U2 

LENGTH:    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Burr/* 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     j5/g>^  /9S-^> 

PROJECT  NO.:  -/{*fj£?  DATE  SURVEY  AUTHORIZED:  /ijlj/frj 

PROJ.  NAME:      W///r/Z*AtC  Sitsr//         DATE  WORK  STARTED:  A/a 


LENGTH: 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  fj^r7-£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Sj£/>r  %Z?. 


PROJECT  NO. : 


:     ££&zJ£tQ£  DATE  SURVEY  AUTHORIZED:  AjJtgf 

PROJ.  NAME:    R*^*^  Cwm^SLa£        DATE  WORK  STARTED:  r«*W 
LENGTH:     —  ESTIMATED  COMPLETION  DATE:  — 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE: 
X  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


£1 


DISTRICT: 


Ml 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /Q  -   

PROJECT  NO.:  />f    /AOS   (p)  DATE  SURVEY  AUTHORIZED:  5-11-93 

PRO  J.  NAME:  <    ^.  -  folk         DATE  WORK  STARTED:  l&J&JZtL  

LENGTH:   /.  n     /Vl   ESTIMATED  COMPLETION  DATE:  £■ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  C.J    fly**!  TELEPHONE:  Wi-S89*f 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   £  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS- 16 

DISTRICT:  Z)3Q 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   SiSPr&X /%*§g^ 

PROJECT  NO.:    75ESZZ7'%'-/ )  DATE  SURVEY  AUTHORIZED:  //&/&^ 

PRO  J.  NAME:  Z/jqFM  $F>IZiAk£&  DATE  WORK  STARTED:  9/z3&5~ 

LENGTH:  ^   ESTIMATED  COMPLETION  DATE:  ?Z 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  Mj^TT^ASBlTV     TELEPHONE:  4f4~3ZZ4  

NO.  PERSONNEL  ASSIGNED:        ^   %  COMPLETE:  ~2ZO  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS- 16 

DISTRICT:  ZJ3Q 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Sj=r*T ^D.  /^Bf^ 

PROJECT  NO.:    /^/B*/(/tj)   DATE  SURVEY  AUTHORIZED:    &lz&i&  <£" 

PRO  J.  NAME:  Tfe/VZ  TZ/o)  DATE  WORK  STARTED:  &jj2gM£j 

LENGTH:     ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:  fj£&j§££!. 

PROJECT  MANAGER:  /^AS^'D/iJl^/^ry      TELEPHONE:      49*/' 3Z,Z**/  

NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:  S&O  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:  *jg^y-/z£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     5<£pf«  3 Of  ItZZ 

PROJECT  NO.:   J/gfffl-  la  «3  7^        DATE  SURVEY  AUTHORIZED:     ^  -/O  ~V  £ 

PRO  J.  NAME:   f.t.t.p  fS.f-.tlAL/.  f^lia*J   DATE  WORK  STARTED:     /,  -/o-gg' 

LENGTH:    ^3  J7l,/&s       ¥/.*aJ£.  ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:       9~ 2k 

PROJECT  MANAGER:  X  £kzoJ         TELEPHONE:  7</  

NO.  PERSONNEL  ASSIGNED:        ^  %  COMPLETE:     /OQ  f0  5"/  ^ fa?  £- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  ^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        flfltobfir  %  1935 

PROJECT  NO.:       RRF  29-t(n)S   DATE  SURVEY  AUTHORIZED:     April  10,  1985 

_    pon  Rod)  hag  s,arted 

PROJ.  NAME:   Jefferson  River  Bridge  DATE  WORK  STARTED:   „n  thi°  r-r"j^+. 

LENGTH:   ]  Mile   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    R.T.  Wilson   TELEPHONE:  494-3224  


NO.  PERSONNEL  ASSIGNED:  6  %  COMPLETE:  0% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    F  /2.-I ^jg)  9   DATE  SURVEY  AUTHORIZED:  S^Sfet— 

PROJ.  NAME:    fr&koU  flveiyfvCe.  DATE  WORK  STARTED:  T~ 

LENGTH:    ESTIMATED  COMPLETION  DATE:  /6>//o/S><' 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      <T^V/y/Ur~  TELEPHONE:       £Egk '  9 ^6Z^  

NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:  if 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  "&c/j/* 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:      F~  /Z-/(i )  O  DATE  SURVEY  AUTHORIZED:  // /zs/?^ 

PRO  J.  NAME:  Y^//aAj^^-^<3si  DATE  WORK  STARTED:      /Z./?  l^jL 

LENGTH:   g    yrl .  /e.  s  ESTIMATED  COMPLETION  DATE:  ffe'/fT** 

DATE  SUBMITTED  TO  DISTRICT:  9/^*//^^ 

PROJECT  MANAGER:      <Zd**y/.-< C.  TELEPHONE:  ^ '  ^  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS- 16 

DISTRICT:  <ZJ3Q 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £&PT,  J9S£~ 

PROJECT  NO.  :    J^-Zfto)^   DATE  SURVEY  AUTHORIZED:  /^//^/g^T' 

PRO  J.  NAME:   &&Ziei£t>U  -ygfeST-  DATE  WORK  STARTED:  ,  \UL,Y  IZ>  /9&£" 

LENGTH:  A4s,   ESTIMATED  COMPLETION  DATE:    ,5<g*777 3Q>  /9&<~Z 

DATE  SUBMITTED  TO  DISTRICT:    Sj£FT~.  /^./ftgg" 

PROJECT  MANAGER:   /^fe/V  VjjJtMPZzrr/     TELEPHONE:  A**?^ ~ 3  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT: Great  Falls  3130 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     October  7,  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

86 
88 

89 
85 
5 

7 
5 
6 

RF  60-2(3)91 
Great  FaTls-East 

Grade,  Gravel  Surf. 
PRBS  Structure 

F  i  nal 
Des  ign 

0 

97 

4-22- 

FR  2V3(3)76 
Rogers  Pass^East 

Widen,  Gravel  Surf. 
P"M~BS—   —   —    —   —  - 

Prel im. 
P. I.H. 

235 

35 

4-25- 

RS  348  ( 1 JB) 

5  Mi.  S.  Fort  Benton-South 

G rade ,  Gravel  Surf. 
PMBB       —    —  — 

Prel im. 
P.  I.H. 

0 

0 

1-20- 

F  3-1  (6)8 

Sun  River  Jet. -North 

PMBS,  Overlay 
Minor  Widening 

Final 
P. I.H. 

207 

99 

1 1-29- 

F  10-2(  )71 

BTg  ^ndy-RR"0P  Removal 

Grade,  Gravel  Surf. 
PMBS 

F  inal 
P.  I.H. 

32 

100 

9-6-1 

K—A^ZJ  \  -L>  '  L-         

S  imms-West 

w  i  gen  r  \i  rave  i   ju  r  i  .  _ 
PMBS 

P  re  1  i  m. 
P. I.H. 

171 

18 

0-15-c 

FR  10-1 (  )4 
Great  FaTls-NorTh 

PMBS  Overlay 

Final 
P. I.H. 

230 

80 

1 -29-8 

FR  57-1 (  )1 
Belt-East 

PMBS  Overlay 
P.  I.H. 

F  i  na  1 
P. I.H. 

48 

70 

1-28-5 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


DISTRICT:  Gt  Falls,  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       October  2,  1985 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


IR  15-5(79)291 
Vaughn  -  North 

10.1  Miles 

Cascade 


CONTRACT  TIME:  90+10  Working  Days 
ORDER  TO  PROCEED  DATE:  4-29-85 

%  COMPLETE:   

%  TIME  USED:   


98% 


79% 


NO.  MEN  EMPLOYED: 


3-23 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  2,990,289.20 
CONTRACTOR:     American  Asphalt,  Inc. 

FROM  (town):        Missoula,  MT  

AWARD  DATE:  4-3-85 


DATE  WORK  STARTED: 


5-8-85 


PROBABLE  COMPLETION  DATE:  10-15-85 
NO.  DAYS  WORKED  PER  WEEK:  Variable 

NO.  SHIFTS  PER  DAY:   ]  

NO.  HOURS  PER  SHIFT:  Variable 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE: 

ADDRESS: 


727  4350 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 2-8 


P.  0.  Box  1359 


Gt  Falls,  MT  59403 


GENERAL:        Plant.  Mix  GR  B  &  OGFC  100%  complete.    Final  application  of  

striping  paint  completed  10-1-85.    This  completes  all  work  with  exception  of 
minor  cleanup.    Excessive  moisture  and  poor  drying  weather  has  prevented  final 
cleanup.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:    CiSal  Gdk 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      pc  J7  7S 

PROJECT  NO.  :     TP,  (pa  \257  CONTRACT  AMOUNT:     %3}392;  3 of.  45 

PRO  J.  NAME:      Casc^Ac  Olm  CONTRACTOR:      yjj^  CvasLCx*  rnc 

LENGTH:        /3t 9  jnileS   FROM  (town):     Cj^OoI  Sklli  

COUNTY:         Ca&kudc   AWARD  DATE:  A^SS.  


CONTRACT  TIME:  /fin  iq./j.   DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:      ?r-ZX-/?£  PROBABLE  COMPLETION  DATE:     &~  {-fie 

%  COMPLETE:         /Q   NO.  DAYS  WORKED  PER  WEEK:  jr 

%  TIME  USED:         .^y   NO.  SHIFTS  PER  DAY:   /  


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:        /Q   /p ZQ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     C  £nAcr*»n   TELEPHONE:       7Z  7-  43 SO  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j2j4~  ADDRESS:         /CXp-f  0  C  jUAum+X 


GENERAL :        ////r/g  Can&h   *~<?mfi  Cl~v6h  loi^  operas-hois    on    Sep 4em  6<-r-  4^/9fiS- 

^£>6-f?,/i-lra*jer  //)<*. i-iifkrz.    teya-n  d,<^ouh    on  AJ.8.  /a./><   J~L-  3?<?   -Jo  4a4  04 

Sr/i/-  £4,14 jgg  

 &J£i3a  &per*.hons   A^p  Seflc*  her-  £QJ*l££.    Ag  (£M£l^.  a-yfe/ 

 &A  Smma  UiSMSL  

 flflvr*-  plans   /nc/uJe  cramp  U  hoi\  af  Jifoifk   f  PLic<?me-/i~L  af  <*.// 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  <£/£ccS. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO  J.  NAME:  *1A£. 
LENGTH :        // ^ 

COUNTY:  £  /£g£*L 


CONTRACT  TIME: 


CONTRACT  AMOUNT:    $  J*.^?.  9#6.76 

CONTRACTOR:  ^areOTJO  

FROM  (town):  /AkZf,  

AWARD  DATE:  ^ 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  £f 
%  TIME  USED:  <?& 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS :  ^ 


PROJECT  MANAGER: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


GENERAL: 





DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


7 


2, 


CMS- 14 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         rvt-nhP.r  2,  1985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


I. ft.  15-7  (22)  334 
Conrad  North  &  South 

9.0  Miles  

Pondera  


CONTRACT  TIME:  90  Working  Days  (+2) 
ORDER  TO  PROCEED  DATE:  4-16-85 

%  COMPLETE:  1003:  

%  TIME  USED:  803;  


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE:  8-29-85 


CONTRACT  AMOUNT:     $  2.237.568.50 
CONTRACTOR:       Sletten  Construction  Co. 

FROM  (town):         Great  Falls,  MT  

AWARD  DATE:  March  1 1 ,  1985  


DATE  WORK  STARTED:       April  24,  1985 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Sept.  1 ,  1985 
 £1  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Hammerbacker  TELEPHONE:   

ADDRESS: 


278-7944 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


L=3_ 


P.O.  Box  1240 


Conrad.  MT  59425 


GENERAL :   Sub-contractor  Interstate  Specialties  completed 

 paint  striping  operations  8-29-85-  

 All  work  has  been  completed  as  of  8-29~85.  

 Qne  to  two  men  working  on  final.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      313Q  grmrn*  EVll  , 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Qctobsr  7,  1985 


PROJECT  NO.:    F-BKF  1-3  (8)  209 
PRO  J.  NAME:  Two  Medicine  Br.  E  ft  W 

LENGTH:       4,0  Miles  

COUNTY: 


Glacier 


CONTRACT  TIME:      150  Working  Day* 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   52 

%  TIME  USED: 


4-16-85 


59_ 


NO.  MEN  EMPLOYED: 


61 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  »,559,597»0^ 
CONTRACTOR:      Sletten  Construction  Co. 

FROM  (town):     great  Falle  

AWARD  DATE:      March  11,  1985 


DATE  WORK  STARTED:      April  16,  1985 


PROBABLE  COMPLETION  DATE:  6-30-86 
NO.  DAYS  WORKED  PER  WEEK:      5  to  6 

NO.  SHIFTS  PER  DAY:   1  to  2 

NO.  HOURS  PER  SHIFT:  8  to  12 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  _ 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  dlen  Brown  TELEPHONE:  338-2610 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _JJ  ADDRESS:   


P.O.  Box  1199 


Browning,  MT  59^17 


iENERAL :      progress  to  date  consists  of  work  on  the  structure,  roadway  subgrade 

throughout  pro  .lee t.  crushed  base  course,  and  cement- treated  base.  Subgrade 

is  completed  from  sta  80  +  00  to  208  +  00.    CBC  is  complete  for  both  lanes 

sta  182  +  60  to  208  +  00  and  right  lane  sta  182  +  60  to  208  +  00.  cement 

treated  base  complete  right  lane  sta  90  +  50  to  208  +  00.    Temporary  Bailey 

bridgs  at  east  end  of  atructure  has  been  removed  and  hauled  to  Qreat  Palls 

maintenance  yard  for  storage.    Work  on  structure  is  98%  complete  Traffic 

is  being  detoured  between  lanes  at  various  points  throughout  the  project  to 

accommodate  construction.  *  short  detour  is  routing  traffic  onto  the  atructure 
near  the  east  *nd0 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  £a//s-3/3& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  fL  J  fg& 

■    ■   ■  ■   


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


serf?  j- 36^47 

7.  7  2&ik& 


CONTRACT  TIME:  /2j»J.  jDsI^.  &/3//x£ 
ORDER  TO  PROCEED  DATE:  ^///g^ 

%  COMPLETE:  J^o  

%  TIME  USED:   

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  t/jzJxjZ 


CONTRACT  AMOUNT:     $  SaSj  7SL  5o 
CONTRACTOR :     J^Affe t>  <s.H  £^r.do  - 
FROM  (town):     jL/au&£j  JYTt . 

AWARD  DATE:  ^/JsJs^  

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  2/<za/g& 
PROJECT  MANAGER:       /Qr^n^i  ItLEFTj-  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:       /  ADDRESS: 


GENERAL:  ZW.   JlOAn  /P#£:Pae.mG.   J^n/o/  J^aS.  SjjA/y)  jTTa/  Zo 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


~7S 


CMS- 14 


DISTRICT:    ^ks*r  A^j/js- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Z^lT3Ae.a£-  Z  J9£^> 


PROJECT  NO.  :     jerj=  J~3^^^S^ 
PRO  J.  NAME:       £LiT  jPteni^  - 
LENGTH :  J.q  jrfjU* 

COUNTY:  ^gg^fe  <*  7^W^_ 

CONTRACT  TIME:  /L»/.  £)fiT£.  gJaJg^ 
ORDER  TO  PROCEED  DATE:         dJ/ Jin! 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  STo.cxz 
CONTRACTOR:       jQ/jjCTTeuscH  {2wsT.£L>. 
FROM  (town):  jjja^x  Jftj-. 

AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  7jj<}ht£ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  jj&ah*} 
PROJECT  MANAGER:  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:       /  ADDRESS: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  _ 

7& 


SEAL  &  COVER  PROJECTS 

 m=u  

RTF  1-6(8)342,  Rudyard  -  Gildford,  12.6  miles,  Hill  Co. 

RTF  1-7(6)414,  Zurich  -  Harlem,  7.3  miles,  Blaine  Co.  DISTRICT:     Great  Falls  3130 

RTF  1-8(8)446,  Dodson  -  West,  7.5  miles,  Phillips  Co. 
RTF  1-8(9)492,  Saco  -  West,  7.0  miles,  Phillips  Co. 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  10/4/85  


PROJECT  NO.:     SEE  ABOVE   CONTRACT  AMOUNT:     $  532,986.48  

PRO J.  NAME:    CONTRACTOR:     Baltrusch  Const.  Co.,  Inc. 

LENGTH:    FROM  (town):     Havre,  Montana  

COUNTY:    AWARD  DATE:  4/3/85  


CONTRACT  TIME:     Calendar  date  9/15/85     DATE  WORK  STARTED:  6/14/85 


ORDER  TO  PROCEED  DATE: 

6/1/85 

PROBABLE  COMPLETION 

DATE: 

10/18/85 

%  COMPLETE:  78% 

NO.  DAYS  WORKED  PER 

WEEK: 

2 

%  TIME  USED:  Calendar 

days 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  20 

NO.  HOURS  PER  SHIFT. 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR' 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Gordon  Treftz  TELEPHONE:  265-6821  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _5_       ADDRESS:  P.O.  Box  592  

Havre,  Montana  59501 

GENERAL :       The  contractor  completed  45%  of  the  Dodson  -  West  project  on  9/3/85 
S  9/4/85  before  inclement  weather  forced  a  shutdown.    The  unstable  weather 

and  low  temperatures  have  prevented  the  contractor  from  returning  to  the  

project.    The  Rudyard  -  Gildford,  Zurich  -  Harlem,  &  Saco  -  West  projects 
are  completed.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


7 


CMS- 14 


DISTRICT:  C^£bLj£^S 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO. :  jgTJ=  XA-J  

PRO  J.  NAME:  4jjjjg 

LENGTH :  W^^SZEE. 


COUNTY: 


CONTRACT  TIME:  <^Lm£>.  jOgLSJ  9-J-J?£> 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


7-  3/-£*> 


CONTRACT  AMOUNT:    $  ££^^£3.00 
CONTRACTOR:     AaT^^  {LmsT-  (L 

FROM  (town):      jj&tg^  JYJt-  

AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 


EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


23  7.  a/*  ^ 


GENERAL:        J-jsz/iJU  S l> A sn j77I/)  7S~  jQjzT&s^r  S3 /^z cf-  fin. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  ~Jfi± 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /a/vyfe^ 


PROJECT  NO.:     /^M<S  /S^7) Z?0 

PRO  J.  NAME:     .  <2,jr,j*t/  -  X^fiT  

LENGTH :        y/i  f  ^/C<ZS  

COUNTY:   *Z?X>C£  

CONTRACT  TIME: 


CONTRACT  AMOUNT:     $  /T^/3  67/.^~& 
CONTRACTOR:  /Tf/fpe'S 
FROM  (town) 
AWARD  DATE: 


ORDER  TO  PROCEED  DATE:    dpuz,  ^  $5' 

%  COMPLETE:  <£0  

%  TIME  USED:  y/J/^  


DATE  WORK  STARTED:  ^As^/pS 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  /fay  f£ 
NO.  DAYS  WORKED  PER  WEEK:  jT 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT: 


ZZ> 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:  ^Wy  /.  sft*€* 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:        2^&fiC&g  EBCS-      ^T^/ajQ  <0ggfc2 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

77 


CMS-14 


DISTRICT:     Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F  1-6(6)379 


Havre  Weigh  Station 
N/A 


Hill 


CONTRACT  TIME:      150  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  10 
%  TIME  USED:  5 


8/5/85 


NO.  MEN  EMPLOYED:      20  (max.) 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  565,847.65  

CONTRACTOR:      Baltrusch  Const.  Co.,  Inc, 

FROM  (town):    Havre,  Montana  

AWARD  DATE:  6/28/85 


DATE  WORK  STARTED:  8/12/85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  1986 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Gary  Steen   TELEPHONE:  265-6821 

12  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  0.  Box  592 


Havre,  Montana  59501 


GENERAL :        During  the  last  reporting  period  the  contractor  placed  special 
borrow  material  on  the  project  making  this  item  100%  complete.    Hauling  and 
placing  base  course  on  the  project  is  anticipated  to  begin  on  10/2/85.  All 
the  base  course  material  for  the  project  has  been  crushed  and  stockpiled. 
A  sub-contractor,  L.A.  Construction  Co.,  has  been  placing  concrete  for  the 
basement  walls  on  the  weigh  station  house  complex  making  this  item  6%  complete . 
L.A.  Construction  has  been  installing  culverts  and  extending  drainage  struct- 
ures making  this  item  80%  complete.    The  prime  contractor  began  crushing  and 
stockpiling  top  surface  material  on  9/27/85.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


RTF -HE S  10-3(7)91 

Box  Elder  -  Havre 

13.6  miles  

Hill 


CONTRACT  TIME:      150  working  days 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:  _5  

%  TIME  USED:  _5  

NO.  MEN  EMPLOYED: 


8/5/85 


20  (max.) 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  4,978,298.90 
CONTRACTOR:      Baltrusch  Const.  Co.,  Inc. 

FROM  (town):      Havre.  Montana  

AWARD  DATE:  6/28/85 


DATE  WORK  STARTED: 


8/5/85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  1985 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Gordon  Treftz  TELEPHONE:  265-6821 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    12  ADDRESS: 


P.  O.  Box  592 


Havre,  Montana  59501 


GENERAL :        The  contractor  had  been  crushing  and  stockpiling  base  course  material . 
The  crusher  was  switched  over  to  stockpiling  top  surface  material  on  9/27/85. 
The  contractor  will  resume  crushing  and  stockpiling  base  course  in  the  next 
reporting  period.    Widening  the  subgrade  shoulders  began  on  10/1/85.  The 

sub-contractor,  Mc  Intyre  Const.  Co.,  has  been  driving  piling  for  bridge  

widening  and  placing  concrete  for  box  culvert  extensions.    Driving  piling 
for  bridge  widening  and  extending  box  culverts  are  now  100%  complete.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT: 


Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F-HES  10-3(9)110 
U.S.  2  -  South 
1.8  miles 


Hill 


CONTRACT  TIME:      150  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  iq 
%  TIME  USED:  5 


8/5/85 


NO.  MEN  EMPLOYED: 


14  (max.) 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  705,631.40  

CONTRACTOR :      Baltrusch  Const.  Co.,  Inc . 

FROM  (town) :    Havre,  Montana  

AWARD  DATE:  6/28/85  


DATE  WORK  STARTED:  8/6/85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  1986 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Gordon  Treftz     _       TELEPHONE:  265-6821 

1  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  0.  Box  592 


Havre,  Montana  59501 


GENERAL :   During  the  last  reporting  period  the  contractor  excavated  the  cut 

areas  from  sta.  60+00  to  sta.  80+00  and  widen  the  shoulders  subgrade  from  the 

beginning  of  the  project,  sta.  0+00  to  sta.  60+00.    The  fill  and  roadway  

subgrade  is  also  complete  on  the  Rt.  side  of  the  project  from  sta.  60+00  to 

sta.  88+00.    The  contractor  plans  on  placing  base  course  in  this  area  on  

10/2/85  and  is  preparing  to  construct  the  Lt.  side.    The  base  course  for  the 
project  is  crushed  and  stockpiled.    The  contractor  began  crushing  &  stockpiling 

top  surface  on  9/27/85.    A  sub-contractor,  L.A.  Construction  Co.,  has  been 

installing  culverts  and  extending  drainage  structures  making  this  item  90% 

complete. 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  7.  1985 


PROJECT  NO.:     f-BRF-HES  24-3 m 109 
PRO  J.  NAME:   Bowmans  Corner  North  East 

LENGTH:  7.8  Miles  

COUNTY:  Lewis  &  Clark  

CONTRACT  TIME:     120  Working  Days 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   72 

%  TIME  USED: 


4/16/85 


78 


NO.  MEN  EMPLOYED: 


17-36 


ACTUAL  COMPLETION  DATE: 


$  4.243,653.15 


CONTRACT  AMOUNT: 
CONTRACTOR :     Hilde  Construction  Co.,  Inc , 
FROM  (town): 
AWARD  DATE: 


Great  Falls.  Mt . 


January  3,  1985  

DATE  WORK  STARTED:    March  27,  1985 
PROBABLE  COMPLETION  DATE:  May  31,  1986 
NO.  DAYS  WORKED  PER  WEEK:  6 
NO. 
NO. 


SHIFTS  PER  DAY: 
HOURS  PER  SHIFT: 


JSL 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE: 

ADDRESS: 


264-5310 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  k£ 


P.O.  Box  1359 


Great  Falls,  Mt.  59403 


GENERAL :      Hilde  Construction;    Engaged  in  ripping  up  &  relaying  existing  

roadway  mat  &  hauling  &  laying  gravel  courses.    Wet  weather  has  caused  consid- 
erable delay  on  the  project.     Began  Plant  Mix  Bit.  ^4"  Gr.  B  operations  on 
September  26,  1985.  

Stahly;    Engaged  in  intermittent  subgrade  &  1%"  C.B.C.  bluetop  work.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-1A 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  7,  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


F-HES  24-3(11)83 
Rogers  Pass-West 
8.1  Miles 


Lewis  &  Clark 


CONTRACT  TIME: 


70  Working  Days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  557. 
%  TIME  USED: 


7/8/85 


251_ 


NO.  MEN  EMPLOYED: 


38-45 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1,660,615.00 
CONTRACTOR:     American  Asphalt,  Inc. 

FROM  (town):       Missoula,  Mt.  

AWARD  DATE: 


DATE  WORK  STARTED:     Auguat  2fi|  iqRS 
PROBABLE  COMPLETION  DATE:     .Tune,  1986 

NO.  DAYS  WORKED  PER  WEEK:  5  

NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


1 


-"SE- 


DATE CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     4-7  ADDRESS: 


264-5310 


P.O.  Box  1359 


Great  Falls.  Mt. 


GENERAL :  AMERICAN  ASPHALT:  Completed  cold  recycle  operation  on  September  16, 
1985.    Engaged  in  crushing  &  stockpiling  aggregates,  completing  this  operation 

on  September  27,  1985;  hauling  &  placing  3/4"  Q.T.S.  for  guardrail  shoulder 
widening,  approaches  &  turnouts;  installing  approach  pipe  &  Cadotte  Creek  pipe; 

had  Hot  Plant  set  up  &  ready  to  go  on  September  4,  1985,  but  due  to  high  

moisture  in  the  recycled  mat  no  plant  mix  overlay  work  has  started;  installed 

French  Drain  at  top  of  Rogers  Pass.  

Valentine  Surfacing  Co.:  Completed  cold  recycle  operation  on  September  16,  1985. 
Alpine  Asphalt  &  Building,  Inc.:    Engaged  in  traffic  control  work,  constructed 

Cadotte  Creek  detour,  removed  Cadotte  Creek  Bridge  &  tree  clearing.  

Frank  Gurney  Inc.:    Engaged  in  installing  guardrail  posts.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914  r  ^ 


CMS-14 


DISTRICT:    C*a.\  fells. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     <3c-kki-  7,  /9tfS 


PROJECT  NO.:     fZTF  40-2^7/ 


PRO  J.  NAME:     fell  ~E^i  £  cJc  si 

LENGTH:  /ol(a   

COUNTY:   QlSCaAc  


CONTRACT  AMOUNT:    $  £}Z80}  S$3.  4S 
CONTRACTOR:     ^lcH<en  CenslCn.  £nc 

FROM  (town):      CtCal  Gdt.  

AWARD  DATE:       tAa^ch  /J./9A2 


CONTRACT  TIME: 


DATE  WORK  STARTED:  4-Z<?-#5 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /O 
%  TIME  USED: 


3/ 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  ^-y^-g^ 
NO.  DAYS  WORKED  PER  WEEK:  5- 

NO.  SHIFTS  PER  DAY:  Z  

NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      C-EnelcrSen  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    £L  ADDRESS: 


727-  43 SO 


Ctea.f  Fi-lls  


GENERAL:      <^3ciA  dlaJjaidte,   Eaut^i  C2txnJLX-        ^3 <°<f  ££k    product* j  ^ 


tjO/ZMf   -7Z/)e  "3H  PA  ttf/V  /h  v^ynl/c.    /EyprJU  &9*>aJc /to/I  AS  /A-/-fiS. 
 bJst  other  njArlC  <qa  project  /S  oljo  i/ct'pa.  iod  <j/>li  I  /ley  4  <£vns{- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  October  2,  1985 

PROJECT  NO.:     MBP  60-2(17)95   CONTRACT  AMOUNT:    $  119,300.00 


PROJ.  NAME:      Warden  Bridge  Painting     CONTRACTOR:        Rainbow  Painting  Co 


LENGTH:                       o.o  Miles 

FROM  (town):      Great  Falls 

COUNTY:  Cascade 

AWARD  DATE: 

3-11-85 

CONTRACT  TIME:    Complete  by  10-15-85 

DATE  WORK  STARTED: 

4-30-85 

ORDER  TO  PROCEED  DATE: 

PROBABLE  COMPLETION 

DATE: 

10-15-85 

%  COMPLETE:  99 

NO.  DAYS  WORKED  PER 

WEEK: 

Variable 

%  TIME  USED:  92 

NO.  SHIFTS  PER  DAY: 

Variable 

NO.  MEN  EMPLOYED:  2-5 

NO.  HOURS  PER  SHIFT 

Variable 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:       F.  A.  Robinson 

TELEPHONE:  727 

4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    0-2       ADDRESS:  P.  0.  Box  1359 


Great  Falls,  MT  59403 

GENERAL:          All  handrail  painting  100%  complete.    Some  touch  up  painting 
on  super  structure  across  river.    Pro.iect  as  whole  is  99%  complete.  Weather 
permitting  anticipate  2-4  hours  work  to  complete  pro.iect.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 

eft 


CMS- 14 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         (Vtnher  ?, 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


HES  215-1    m  k  

Kevin  Slope  Flattening 

 0.0  Miles  

Tool e  


CONTRACT  TIME: 


?0  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   cfi%_ 

%  TIME  USED:  ygjfc 
NO.  MEN  EMPLOYED:  r 


7-8-85 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1 5.000.00 

CONTRACTOR:   L.A.  Construction 

FROM  (town):         Havre,  MT  

AWARD  DATE:  June  6.  1985 


DATE  WORK  STARTED:       July  lg,  ig85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  30.  1985 

0  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

_  TELEPHONE:   

1        ADDRESS : 


PROJECT  MANAGER: 


Hammer hacker 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  1240 


Conrad,  MT  59425 


GENERAL :   Contractor  has  a  small   amount  of  seeding   left  to 

 hp  rnmplptpH.     Waiting  for  sped i ng  dates.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  X  ~> 


CMS- U 


DISTRICT:     Great  Falls 


Final  Report 
CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


Ortohgr  ?,  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


R.S.  7 1 8-1    (?)  9 


Sol  1 iH  RnaH- 

9.8  Mi  Irs 


Conrad -East 


Pondera 


CONTRACT  TIME:        70  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   1QQ% 

%  TIME  USED:   8_ZS_ 

NO.  MEN  EMPLOYED:   q_ 


4-16-85 


ACTUAL  COMPLETION  DATE: 


7-17-85 


CONTRACT  AMOUNT:     $  1 .010.924.91 
CONTRACTOR:       Baltrusch  Construction 

FROM  (town):     Havre.  MT  

AWARD  DATE: 


December  5.  1984 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      u,mm«,k„u,    TELEPHONE:   

1-2      ADDRESS :   


April 

22.  1985 

DATE: 

July  15,  1 

WEEK: 

0 

0 

0 

Hammerhacker 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


278-7944 


P.O.  Box  1240 


P.nnraH,   MT  5947^ 


GENERAL: 


All  work  has  heen  completed  as  of  7-17-85, 


Final   snhmittpH  to  District  Office  9-30-85. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:    <Wf  FJls 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Qc-kberl.  /SW5~ 

PROJECT  NO.:     j^£j5  ^2^-^4)5  CONTRACT  AMOUNT:     $  /M^^OO 

PRO  J.  NAME:  CumC  Cn.rccbe,*  CONTRACTOR:       /JnlU  fA^h  Ccll 

LENGTH:  <n.iS  /7))la   FROM  (town):     ar-caA  Fkjk  

COUNTY:         Cmc^Ac   AWARD  DATE:  £t&fcl£L  

CONTRACT  TIME:         ZOtlJ.O.   DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:     7^30-/?$  PROBABLE  COMPLETION  DATE:  /Q-/-gS 

%  COMPLETE:   4-   NO.  DAYS  WORKED  PER  WEEK:  j5~ 


%  TIME  USED:   /S  NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:        ^   NO.  HOURS  PER  SHIFT:   8_ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     C  EndcrSAQ  TELEPHONE:       727-  43SO  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _^       ADDRESS:        t2pj  *C  /Ji^usays 


GENERAL:   b~         jrcuclor  Ziuesay   6<-<f<is>   r-esci  /omiA&rcS  en  l-lC-fr 

 iJnl-leJ  /f)a.leruds  Pm'tnc   <^>/)//-.   heya*  ^t^J/'tf  d/>?s*//o/)J  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  J>/S0^/./£*z3 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /e/l/Tf 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


jeS  £36 


CONTRACT  AMOUNT:     $    /  ffJT 
CONTRACTOR:      ^  rtfrZrfAM/L 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME:        j^g  tt? 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  9/f0/&T 

%  COMPLETE:   £  %,  

%  TIME  USED:  S  7e>  

NO.  MEN  EMPLOYED:  / Z- 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    A*M£l.Z.  TELEPHONE:  ^a^gg& 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _j£       ADDRESS:        ^flS&gK  Jttr: 


GENERAL :        Z?g  /9k£L&*i&ZWdtZ&> 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:     Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY : 


RS  432-2(1)40 


Rudyard  -  South 


6.006  miles 


Hill 


CONTRACT  TIME : 


60  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  0% 


4/29/85 


%  TIME  USED:  67% 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  730,133.60 
CONTRACTOR:        American  Asphalt  Inc. 
FROM  (town) :      Kalispell,  Montana 
AWARD  DATE:  4/3/85 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


11/1/85 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Gordon  Treftz  TELEPHONE: 

0         ADDRESS : 


265-6821 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  592 


Havre ,  Montana  59501 


GENERAL :       There  has  been  no  work  on  the  project  this  reporting  period.  The 

pit  reclamation  plans  are  approved  by  the  State  Lands  Board  and  the  air  

quality  permits  have  been  issued.    The  engineering  layout  is  100%  complete. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


3255-2914  1/> 


DISTRICT:    Gt  Fallls-3130 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


FOR  THE  PERIOD  ENDING: 
M  RRS  5201(7),  M  5203(3) 
& 

IR  15-5(78)278 

6th  ST,  4th  Ave  SW  & 
Approap^Modifi  cations 

Cascade  


CONTRACT  TIME:      180  Working  Davs 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   5% 

%  TIME  USED: 


8-26-85 


11% 


NO.  MEN  EMPLOYED: 


24 


ACTUAL  COMPLETION  DATE: 


October  2,  1985 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


$  4,725,993.00 
Sletten  Construction  Co. 

Great  Falls,  MT 

August-!.  1985 


DATE  WORK  STARTED:  August  19.  1985 
PROBABLE  COMPLETION  DATE:  10-15-86 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


5-6 


1 


8-10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       F.  A.  Robinson  TELEPHONE:  _ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     3-8  ADDRESS: 


727  4350 


P.  0.  Box  1359 


Great  Falls,  MT  59403 


GENERAL:      Sub  Contr  -  DBE  Swan  &  Sons  completed  rough  grading  on  east  half 
6th  St  SW  from  5th  Ave  SW  to  1st  Alley  SW.    Removed  a  portion  of  street  Exc 
at  RR  Underpass  to  allow  excAVATION  TO  BEGIN   on  pump  station  left  of  Sta  72+50. 
Contractor  anticipates  removal  of  all  excavation  on  the  southbound  adjacent  to 
the  structure  to  allow  construction  of  the  west  half  of  the  new  structure  during 
winter  months.    Sub  Contr  Olander  Contracting  began  work  9-15-85  installing 
sanitary  sewers,  manholes  and  lowering  water  mains  across  6th  St  SW.    Work  on 
installation  of  Storm  Sewer  began  9-27-85.    Sletten  Construction  began  excavation 
for  new  pump  station  9-21-85.    Difficulties  being  encountered  on  all  work  due  to 
very  high  water  table.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

f  t~ 


DISTRICT:     Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     October  2,  1985 

PROJECT  NO.:  HES  5209(3)   CONTRACT  AMOUNT:    $  89,439.50  

PRO J.  NAME:      Traff  Contr  Devices-Gt  Fa  CONTRACTOR:  Lewis  Construction  Co 

LENGTH:   0.0  Mi   FROM  (town):  Great  Falls.MT 

COUNTY:   Cascade   AWARD  DATE:  6-28-85  

CONTRACT  TIME:    Complete  by  12-30-85        DATE  WORK  STARTED:  7-22-85  

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  11-31-85 

%  COMPLETE:   50%   NO.  DAYS  WORKED  PER  WEEK:  Variable 

%  TIME  USED:   52%   NO.  SHIFTS  PER  DAY:   Variable 

NO.  MEN  EMPLOYED:  2-3   NO.  HOURS  PER  SHIFT:   Variable 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    F.  A.  Robinson  TELEPHONE:  727  4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    1-2.       ADDRESS:  P.  0.  Box  1359  

Great  Falls,  MT  59403 

GENERAL:   Contractor  has  placed  conduit  and  concrete  on  two  of  the  three 

intersections.     Concrete  has  been  replaced  in  disturbed  areas.    The  remaining 
intersection  requires  installation  of  new  standards  at  same  location  as  existing 
standards.    No  work  will  begin  on  this  intersection  until  all  materials  are  on 
hand  so  that,  inconvenience  to  trafrfic  will  be  minimized.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT: 


Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 

October  2,  1985 


FOR  THE  PERIOD  ENDING: 


M  5219(1) 


PROJECT  NO. :   

PRO J.  NAME:    38th  St  &  2nd  Ave  No 
LENGTH:   Q.Q  Mi  

county:   cascade  

CONTRACT  TIME:         60  Working  Davs 


CONTRACT  AMOUNT:    $  54,598.00  

CONTRACTOR:        Livesay  Traffic  Maint 
FROM  (town):       Great  Falls,  MT 
AWARD  DATE:  10-31-84  


DATE  WORK  STARTED: 


6-10-85 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  mo 
%  TIME  USED: 


4-16-85 


48 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


7-12-85 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     F    A    Rnhinsnn  TELEPHONE: 

ADDRESS: 


727  4350 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  Q 


P.  Q.  Box  1359 


Great.  Falls.  MT  59403 


GENERAL:   Work  rm  final  estimate  when  personnel  are  available.  Anticipated 

 submittal  date  10-11-85  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

9f 


CMS-14 


DISTRICT:  /2&£/fT  Faj/s -_3/30 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


FOR  THE  PERIOD  ENDING: 


CONTRACT  AMOUNT:     $   Z=J?j  <2  7^.#& 


-3s9fiM?^  ^^f^f-  CONTRACTOR:    Z^£^_  J_g&£&Q  j/), 


/JUL, 


FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME:  /)v&asT  3/^  j9*£ 
ORDER  TO  PROCEED  DATE:  5 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


7-3 -£S 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  7-3 
EFFECTIVE  OPENING  DATE:  7-.i-<£5 
PROJECT  MANAGER:       /?    'vTSFV^  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL :       P~*a/)J  JE. STj m <rT£-  u/zp^jeTHsiC-  JD^^^yjSnTs  Zi)£^^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  <S£jQ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /Q  -gs' 


PROJECT  NO.:       J/-/M  .  >T  7/fi  &i  ) 


PRO  J.  NAME:  SblM=Ji=£SStJ^d£. 

LENGTH:  

COUNTY:   A/ /' /  J  


CONTRACT  AMOUNT:    % /shn   Z92.,  6/ 
CONTRACTOR:     fafirpr  ^sreorT?,,*,  TAtC 
FROM  (town):     Bo^Eaa^   MT . 
AWARD  DATE:   >- z. 4  


CONTRACT  TIME: 


Z2.C-M2- 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  S~2.7'S^ 

%  COMPLETE:   Ai"  

%  TIME  USED:  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


_Z  


£2 


c  _ 


Zo_ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     ^.^j'e.e  n  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    jjf  ADDRESS: 


GENERAL 


yl4«^h    Cio^~l-r<l.Q-J/Ory    ^o/^lr.  JTTfo°./    ajd&clz   ~/o       A  &.  ^qJsJbS 

n<?f.4  y(°<*,r<l.^l.  At  rrte.  r-  ro- (  L a^j  '  fcmy?  &a2jL    Lti  j^/aoe. 

 C/hcL&e  ZZ  )  ./to  tin  j  cuni  jaA^jkr^    <*>-f  r?-^ f 

S/'rhtip/h  -ft nisi      r<?  rnn%n<j  ?-/<5/jjTr  QjpjL   ^;t4~./  ^i^o^c  ' 

£uu& — ^>p<°/7  /r<o<i  /fieri  &£  $■   <£-Us,  a  r>,  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 

3255-2914  "?4 


CMS- 14 


DISTRICT:     £££*T_h*//&.  3j3£> 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


 /D.  £>3  jY) /£s 


CONTRACT  TIME: 


75  idllD 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   £_ 

%  TIME  USED:  jq 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town) : 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  «S/£^.n  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:   z?-_5  ADDRESS: 


GENERAL:  <^1&sd JA2szt:T~  A:7~"  §s*2&sJU£L     J^jB.   tuJtJje.JtL  QffiQg  s°>y 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     Oraat  Fall* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       October  7,1985 

PROJECT  NO.:       BR  9037  (  9)   CONTRACT  AMOUNT:     $    169,655. 50 


PRO  J.  NAME:  Dry  Pork  Maria*  R.  Brg.  CONTRACTOR:  Mdntyre  Conatruction 
LENGTH:   Bridge  and  ^proachea   FROM  (town):     great  Pal  la  


COUNTY:  ponderea 

AWARD  DATE:  6-6 

-  85 

CONTRACT  TIME:      75  Working 

^ays 

DATE  WORK  STARTED: 

7  -  1 

-  85 

ORDER  TO  PROCEED  DATE: 

7  - 

8-85 

PROBABLE  COMPLETION 

DATE: 

10-30-6 

%  COMPLETE:  98 

NO.  DAYS  WORKED  PER 

WEEK: 

%  TIME  USED:  56 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

2  - 

8 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  9-30-85 

PROJECT  MANAGER:     Robert  Thomson  TELEPHONE:  727-4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _J_       ADDRESS:     Dept.  of  Highways 

Great  Falle  


GENERAL:         Work  ia  complete  except  for  levelling  topsoil.  seeding,  and 

 minor  cleanup.  

 Final  inapection  waa  held  on  Q-30-85  with  District  construction 

 Supervisor .  ponderea  County  Road  Supervisor,  and  County  Commissioner. 

 Project  is  open  to  traffic.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:      Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       October  2,  1 985 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


S.M.P.  0799-85 
Maintenance  Stockpiles 


Various 


CONTRACT  TIME: 


100  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   S31 

%  TIME  USED:   g^l 

NO.  MEN  EMPLOYED: 


4-16-85 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  474,700.00 
CONTRACTOR:  Konitz  Contracting 

FROM  (town):   Lewis town,  MT 

AWARD  DATE:   March  11,  1985 


DATE  WORK  STARTED:        May  20,  1985 


PROBABLE  COMPLETION  DATE:  Oct.  30,  1985 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   1 

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Hammerbacker  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    2j^l  ADDRESS:   


?JR-J?kk 


P.O.   Box  1240 


Conrad,  MT  59425 


GENERAL: 


Contractor  completed  crushing  operations  at 


Bownans  Corner  pit  No.  041107  9-1Q-85  crushing  10.000*  tons. 


 Contractor  moved  crushing  operations  to  Dutton  at  the 

Rudy  DeBruycker  Pit  No.  043113  and  crushed  out  4727,99  tons 
completing  crushing  operations  at  Dutton  with  1Q,QQQ*  tons. 


Plans  are  to  move  in  and  complete  the  Geraldine 


Pit  No.  Oit3138  as  soon  as  all  permits  are  obtained 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  / f 


CMS-16 


DISTRICT:     Great  Falls  3130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85  

PROJECT  NO.:     BRS  396-1(1)9   DATE  SURVEY  AUTHORIZED:  2/22/85 

PROJ.  NAME:       Near  Savoy   DATE  WORK  STARTED:   

LENGTH:       Bridge  Structure   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       Gordon  Treftz  TELEPHONE:  265-6821  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  0%  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:     Great  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85 


PROJECT  NO.:       RS  338-1(1)7 


DATE  SURVEY  AUTHORIZED:  9/14/84 


PROJ.  NAME:     North  of  Harlem  -  Hogeland  DATE  WORK  STARTED:   

LENGTH:  8.8  miles   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Gordon  Treftz  TELEPHONE:  265-6821 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE:  0% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


/o  <? 


CMS-16 


DISTRICT:       Great  Falls  3130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85  

PROJECT  NO.:     RS  338-1(1)   DATE  SURVEY  AUTHORIZED:  9/14/84 

PRO J.  NAME:   North  of  Harlem  -  Hogeland   DATE  WORK  STARTED:   

LENGTH:       6.4  miles   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Gordon  Treftz  TELEPHONE:  265-6821  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  0% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:  Gt  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  2,  1985 


PROJECT  NO. 


RS  330-1(6)0 


DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:  Ulm  South  (North  Section)DATE  WORK  STARTED:  11-28-83 
LENGTH: 


6.5  Miles 


ESTIMATED  COMPLETION  DATE:  12-31-85 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:        F.  A.  Robinson  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE: 


727  4350 


76% 


DISTRIBUTION: 


3255-2916 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 


■ 

DISTRICT:    Gt  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         October  2,  1985 


PROJECT  NO.:         RS  330-1(1)0   DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:   Ulm  South  (Middle  Section)  DATE  WORK  STARTED:  11-14-84 


LENGTH:  5.3  Miles  ESTIMATED  COMPLETION  DATE:  ???? 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:       F.  A.  Robinson  TELEPHONE:  727  4350 


NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:   50 


??  Pending  availability  of  DOH  Land  Surveyor  and  other  personnel  to  re-establish 

Section  Corners. 
DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS-16 


DISTRICT:     Great  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85 


PROJECT  NO.:     BRS  241-1(3)11   DATE  SURVEY  AUTHORIZED:  2/22/85 

East  Fork  Wayne  Creek 
PROJ.  NAME:      N.E.  of  Harlem  DATE  WORK  STARTED: 


LENGTH:        Bridge  Structure   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:      Gordon  Treftz  TELEPHONE:  265-6821 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  0% 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z^/^y^  Z  Jftt 

PROJECT  NO.:  J&X-g/^JtA         DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:    J-Js<zx  uJarrt  -jj.£.  DATE  WORK  STARTED:   

LENGTH:  7  _//]', I £±   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /J^s'jCn^A  TELEPHONE:   


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


— - 


CMS-16 


DISTRICT: 


Gt  Falls  3130 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        October  2,  1985 


RS  228-2(5)30 


DATE  SURVEY  AUTHORIZED: 


12-22-83 


5  Mi  So  Ft  Benton-South  DAT£  WQRK  STARTED :       1-1 5-85 


10.0 


ESTIMATED  COMPLETION  DATE: 


12-31-85 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:        F.  A.  Robinson  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


727  4350 


T 


DISTRIBUTION: 


3255-2916 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:    /Qe^tT  J^lJs 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Oc7Z£>££L  Z  J  9*^ 


PROJECT  NO.:  f<3^>  3 


DATE  SURVEY  AUTHORIZED: 


PRO  J.  NAME:    //        ,  S.E.^/r.  ^koZ^i  DATE  WORK  STARTED:   

LENGTH :  J%2ih£   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    JvCt  jQ.iSJ&/Z£jD  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  -/5  - 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 

DISTRICT:      Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  7,  1985 

PROJECT  NO.:      F  24-4(5)56   DATE  SURVEY  AUTHORIZED:        July  23,  1985 

PRO J.  NAME:  Helmville  Junction-East         DATE  WORK  STARTED:      August  39,  1985 

LENGTH:  12.2  Miles   ESTIMATED  COMPLETION  DATE:      July  1986 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    Walter  D.  Smith  TELEPHONE:  264-5310 


NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  17. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


,'  3  <i 


CMS-16 

DISTRICT:     Q*> B* T  -3 1 3a 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       /CclT^^a?.  Z  s9S£ 

PROJECT  NO.:  ^^Q^pTf       DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:     £l/?<n~  c>F  jC//o<?.*/./>        DATE  WORK  STARTED:   

LENGTH:      WJf)    STZ . 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    A^T  jUiSHLnZ-O  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   -z>  - 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    ^/  £*SS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  F^T 


PROJECT  NO.:  DATE  SURVEY  AUTHORIZED:  /&/jZ?/p</ 

PROJ.  NAME:   /gg  *A*/AJL  _r^J.  */>  ^/3c*gft/DATE  WORK  STARTED:   

LENGTH:  <a<£    /v/^<?^>   ESTIMATED  COMPLETION  DATE:  sjSf*T 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /.  ^ftge  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:         ^  %  COMPLETE:  &  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS-16 


DISTRICT:     Great  Falls  3130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  10/4/85  

PROJECT  NO.:      F  1-7(4)430   DATE  SURVEY  AUTHORIZED:  8/17/85 

PRO  J.  NAME:        Fort  Belknap  -  East  DATE  WORK  STARTED:   12/3/84 

LENGTH:  16.3  miles   ESTIMATED  COMPLETION  DATE:      Aug.  1986 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Gordon  Treftz  TELEPHONE:  265-6821  

NO.  PERSONNEL  ASSIGNED:     _0   %  COMPLETE:  45%  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 

DISTRICT:    jQ^nT  Fft*''  *>*r° 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /Oz7ZT&£/ez.  7L  J9<g*> 

PROJECT  NO.:      uSjCJ=T  y~ -yZjQ  DATE  SURVEY  AUTHORIZED:  g-gg±£gj, 

PRO  J.  NAME:  yjC.J^eJci.  <u)/j/<r>*^  ^!ej-A'j£_  DATE  WORK  STARTED:   

LENGTH:      jyfa    JS>g?,     /!)sx>£. ,  ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   JY*T  jljSJasi£&  TELEPHONE:   


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


/04 


DISTRICT:  '3/30 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      (DcJoJ&S  7 

PROJECT  NO.:  F  /  ~3>  (jl  j  ZZ^  DATE  SURVEY  AUTHORIZED: 
PRO  J.  NAME:    >f/^^V/^    ^  CctfJ^A//?    DATE  WORK  STARTED 


LENGTH:  7  2,<~  A,'.b<  ESTIMATED  COMPLETION  DATE:  _ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  C/e*/  ^r&tt^x/  TELEPHONE:  138  -  2.C/Q 
NO.  PERSONNEL  ASSIGNED:  O   %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS-16 

DISTRICT:   £££.#T  f^Jte  -  -5/-3g? 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      tOc?7ZA£L&.  Z  J 

PROJECT  NO.:    ZCjP.  /£-  Z^gS^M*       DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:    A<£.  ^SgT*  DATE  W0RK  STARTED:   

LENGTH:  Ma  j/?jj£&   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  JV&T  /2aSJ&y&./3  TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   -/n  -  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 


DISTRICT:     Gt  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  2,  1985 

PROJECT  NO.:      M  5212(1)   DATE  SURVEY  AUTHORIZED:  9-17-81 

PRO J.  NAME:        Gt  Falls-South  Arterial  DATE  WORK  STARTED:  12-10-81  

LENGTH:   8.9  Miles   ESTIMATED  COMPLETION  DATE:  ??????? 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     F.  A.  Robinson  TELEPHONE:  727  4350  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:   46%  

???  Work  suspended  indefinitely. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 

/a  8 


DISTRICT:    Glendive  4130 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     October  1,  1985 


M-HRS 

NEXT      USED  THIS  EST 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

MILE-  REPORT 
STONE  PERIOD 

/o 

COMP 

DATE 

Sidney  -  North  Dakota  Line 

C-r         ftrawal  PMC 

And  Structure 

F-fr.nl 

Design 

99.5 

75% 

10/31/85 

Lame  Deer  -  North 

PMS  Overlay 

r  xiici-L 
P.I.H. 

60.5 

50% 

12/01/85 

0607     F  1  ft-1  0\  1 

Miles  City  -  Northwest 

PMS  Overlay 

r  nidi 
P.I.H. 

76 

50% 

01/01/86 

UJ7?     r i\  i—  iu  v  l c)  o  j 7 
Culbertson  -  West 

i  no  uveriay 
&  Widening 

Design 

70% 

01/01/86 

UOZ?      f    1— O^OJ JUU 

Saco  -  East 

rrio  i/verxay 

&  Major  Widening 

rreiinit 
P.I.H. 

81 

20% 

04/01/86 

OA  81      dc    0/,  7  t/nn 

Webster  -  East 

GS. 

r  lual 
P.I.H. 

0% 

10/01/86 

Nashua    -  North 

PMS  Overlay 

isomp •  or 
Survey 

0% 

11/01/86 

r   £j— i\,o^u 
Circle  -  North 

rrio  uveriay 

&  Major  Widening 

F-I  rial 

P.I.H. 

16 

55% 

12/01/86 

7.5  Miles  West  of  Froid 

PMC      fhTQrl  ntt 

rrio  i^venay 
&  Widening 

"D  «M  14m 

r re 1  lm  • 
P.I.H. 

8 

5% 

01/01/87 

UoZo      r  J/"D^Z^iol 

Circle  -  East 

PMS  Overlay 

Comp . 

of  Survey 

0% 

01/01/87 

rtCOQ       DDI?    /,  0  O^Nti 
UJZy      DKr    4Z  —  i\K})  I  5 

S.  of  Glasgow  (Milk  River) 

STR.  and  APPS. 

Prelim. 
P.I.H. 

28 

20% 

11/01/87 

0796    RS  517-1(1)0 
Coalridge  -  West 

PMS  Overlay 

Comp. 

of  Survey 

0% 

08/01/87 

0596    F  42-3(7)59 
Fort  Peck  -  Glasgow 

PMS  Overlay,  Major 
Widening  &  STRS. 

Comp. 

of  Survey 

0% 

11/01/87 

0585    F  62-2(6)12 
S.  of  Culbertson 

G. ,  GS. ,  PMS. 
&  STRS. 

Comp. 

of  Survey 

0% 

07/01/89 

0767    M  5008(1) 

Sarg.  Ave.  &  Allard  St.-Glv. 

G.,  GS.,  PMS., 
STM-SWR.  &  S-Walk 

Prelim. 
P.I.H. 

5% 

08/01/90 

DISTRIBUTION:  ORIGINAL 
CC  - 

-  CONSTRUCTION  BUREAU. 
DISTRICT  OFFICE 

TOTAL  = 

369 

Hours 

ORIGINATING  OFFICE 

RM:tle: 1D:U/BKUP 


DISTRICT:  <^> /1?  r?  <J /y  ^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &C-/o  J?<ev  /f  J985~~ 

PROJECT  NO.  \JDe000/8Ss}f  )  CONTRACT  AMOUNT:    $  /  J^Z  .  OO 

PRO  J.  NAME:    #/e>]h  S^a/es  CONTRACTOR:  /florae^   <f  <PSc<uoc?  </ 

LENGTH :      -    FROM  (town):  /A  ^777 

COUNTY:     Ya  v/o  us    <^bcs*7  yCrs  AWARD  DATE:  //-        &  4-.  

CONTRACT  TIME:  /3&  £>,  DATE  WORK  STARTED:  /- 

ORDER  TO  PROCEED  DATE:      3~/~&-£~  PROBABLE  COMPLETION  DATE:  /<Z>~3Q~ 

%  COMPLETE:   ^   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  77   NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:  /£>   NO.  HOURS  PER  SHIFT:       /    7^>    /  O 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  At//? 

PROJECT  MANAGER:  ^WA.  TELEPHONE:     36>5~~  £.#77  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^      ADDRESS:    ^2feg^£g&  ^r  ?3Q 


GENERAL: 


/<?g^  J-air.     s%s&</  ^c/(/g^    -sy^^»  </ 
^-ff    /^ftj.     DiJ-  jriT-'p-    60>qy £~   /j  ,i    pyocjt-ess     cr^v-    y*/£c    j5"/a  A  S 

r/U.  r^e^   sc^A  jQ,y~,  *±  &  B  )  s/A-.  

*i  J  s    CZi£zhm£mL*-  A>>*j*h-~-*  5k*de.    jgVjjg     fo*~t  0 /* %  

S'/gI'S     t-C^i  eyed '         &e<ja~T-     r/oy^/.^j     x£*r-      (f\jk    yyJL^j     S  C.a^i^.     ^)  T<t  S  . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  ^T/^^g, 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /0-/->tS~~ 

PROJECT  NO.  :  ^2~^l/<:<]  J?<^J /^rscJ&Js  CONTRACT  AMOUNT:     $,   /  3  f&  O') 

PRO  J.  NAME:     Vcwi0Sb  G>y^Jjt^>  CONTRACTOR:     figjlrusch  ^  6> 

LENGTH:      /Q  3.3  FROM  (town):  ^Ja^/rc 

COUNTY:  (0>U^//^       ,  AWARD  DATE:    /?f?r/  / 3.  £j 

CONTRACT  TIME:        &^&*rfMty9H0SkTl  WORK  STARTED:  ^-^-JySr 

ORDER  TO  PROCEED  DATE:    */-2Z-f^  PROBABLE  COMPLETION  DATE:  t^ggf  f-23-&Z~ 

%  COMPLETE:  g   NO.  DAYS  WORKED  PER  WEEK:   ; 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:    

NO.  MEN  EMPLOYED:  C?  NO.  HOURS  PER  SHIFT:  " 


ACTUAL  COMPLETION  DATE:         -2£  -tPjT 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     p.  Qcsr*cfc^  TELEPHONE: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J_  ADDRESS:   


GENERAL :  fs*rr?/?/edLc/    <c>~n    /?~^3-PS~  tUss 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


/// 


CMS- 14 


DISTRICT: 


Gl endive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  1.  1Q8S 


PROJECT  NO. :  RTF-HES  1-10  QjjJ  648 
PRO  J.  NAME:  Bainville-Weat 

LENGTH:   

COUNTY:  Roosevelt 


fe.3  Miles 


CONTRACT  TIME: 


UQ  WD 


ORDER  TO  PROCEED  DATE:  April  1bf  1Qb5 

%  COMPLETE:   g  

%  TIME  USED:   63  


NO.  MEN  EMPLOYED: 


JL2_ 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  ifonri?s 

CONTRACTOR:   Portable  Pavsra 

FROM  (town):  Uttl&a  City  

AWARD  DATE:  pPhwl„y  H,  iqHr 


DATE  WORK  STARTED:     Al]g1]S+,  fi)  ipHp 
PROBABLE  COMPLETION  DATE:June  1f  iqh6 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   ] 

NO.  HOURS  PER  SHIFT:   10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        Rfli riwin   TELEPHONE: 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Hoy  556 


Culbertson 


GENERAL: 


 Work  this  past  period  consisted  of  ditch  clearing,   

slope  worn.,  and  placing  of  concrete  drain  chute  in  cut  

section  in  mile  6  of  me  uro.:ecz.     crushing  of  plantmix  

agfiregaxe  is  complete,  andhhauling  to  the  stockpile  site  

is  90%  complete.    The  contractor  pikis  on  moving  in  the  hot  

plant  the  second  week  of  October.  

 Items  and  percent  complete  are;    Unclassified  Sxcav^tion-Q5g; 

 Dozer  Hours-Q8g:   AC-DC!  BfiBBEgfcfl  100^?  VI  ant.  T"'i  y  ALTg-rp£at.P  IQQji 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


//z 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


OCT    I  tfg* 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


to 


2  ^-a/jJiJ    CONTRACT  AMOUNT:     $  tj  £?3^SoZ. ,  PS 


CONTRACT  TIME:      /S^O  l/J  .  fc>  , 


CONTRACTOR:      pR/jOCe     ( (VC,  

FROM  (town):    Foe^yti  MQr\)?.  PO&okWo 
AWARD  DATE:     S^^c~  ^g  t1&S~ 
DATE  WORK  STARTED:         9-  fz  * 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED:   


O 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:     l&-3d~  & 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  % 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  /J fa 

PROJECT  MANAGER:   R**\q„<y   K±j(%  TELEPHONE:  2,  277 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  2-  C      ADDRESS:  fi//n^e  Mo-^{. 


3933  o 


GENERAL: 


1. 


ft 


3 


<a.s 


Q-iS 


<m  e.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

//J 


CMS- 14 


DISTRICT:     ^1  1  o 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /Q-l  ~  ZS" 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:  //,  /  /yjj^BS 
COUNTY:  tfJCAJLAuO 


CONTRACT  AMOUNT:     $    //  */6t> J  ?d>/-47 


CONTRACTOR:      /J.LOc  (wrs- 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  Q 
%  TIME  USED:  C? 


/0o  0A^.< 


FROM  (town):  ^aSa^fiftfa^  

AWARD  DATE:  / / 9£S~ 

DATE  WORK  STARTED:      ?  -  L  3 -  ff  ,$"* 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:    //-/  S'-gC 

NO.  DAYS  WORKED  PER  WEEK:  JT  

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  ? 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER:    //  ketc 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


L4- 


TELEPHONE: 
ADDRESS: 


3*S~-  2.877 


GENERAL: 


DISTRIBUTION: 


3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT:  ftiendiye 


1 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  1t  1Q8S 

PROJECT  NO.: rip-erf  22-2  (*>)  47  CONTRACT  AMOUNT:  $  

PRO  J.  NAME:         Antelone-N  &  3  CONTRACTOR:   

LENGTH:   miles   FROM  (town):   

COUNTY:   ShRT.iflttTt   AWARD  DATE:   

CONTRACT  TIME:    DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  p.i_ft6 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         Baldwin   TELEPHONE:  787-5701  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _s_       ADDRESS:   P.O.  Box 

 Culbertson  

GENERAL:   Five  man  survey  crew  worked  2  weeks  on  construction 

 layout  this  past  period  when  not  engaged  in  construction 

 inspection  duties  on  other  projects.  

 Layout  is  10&  domolete.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT:  Glendivd 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       October  1f  1Q&S 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F  22-/?  (1)  81 


Culbertaon-North 


7.3  Miles 


fioogeyeXt 


CONTRACT  TIME: 


100  WD 


ORDER  TO  PROCEED  DATE: April  1b.  IQbR 

%  COMPLETE:   5  

%  TIME  USED:   j_£  


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


$  1,060,641 


Baltrusch. 


Havre 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE:  October  31 ,  1QH4 

DATE  WORK  STARTED:      August  21 r  1QBR 
PROBABLE  COMPLETION  DATE:      June  1 f  1Q8b 
NO.  DAYS  WORKED  PER  WEEK:  g 

NO.  SHIFTS  PER  DAY:   ? 

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Baldwin   TELEPHONE: 

7  ADDRESS:   


7B7-S701 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box 


OulhfiBtann 


_8_ 


GENERAL: 


 Gravel  sub-contractor  crushed,  hauledr  and  stockpiled 

all  surfacing  material  for  the  project  this  past  period  with 
the  exception  of  Plant  Mix  aggregate. .about  g  days  crushing 
tO  Complete. — 'The  hot  Plant  is  on  the  p-oiect  arid  ready  tn 
begin  work  as  soon  as  the  mix  design  arrives.  


Items  and  percent  eom-.-.lete  are  as  follows;  Surfacing-  material 
in  stockpile  -  100%.'   P.M.  aggregate  in  stockpile  Q03L 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 

DISTRICT:   G  LZtidiue, 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:   Qcd&btx  I, 

F  23- 1  (6)1     M  3001  (3)  . 
project  no.:  Main  &  HaynesL&.ghton  Blvd.  contract  amount:   $  jfe  %rz.,  8^.  "Z<g 
PROJ.  NAME:   MilosCity  MiiwCity 


CONTRACTOR: 


LENGTH:  g  ^ 

COUNTY:  CuC^ 


FROM  (town):  £>'i  \\ir\^  ,  TH, 


AWARD  DATE: 


CONTRACT  TIME:     /^O  P 


DATE  WORK  STARTED: 


'3  t 
:  7// 


ORDER  TO  PROCEED  DATE:    1  j/g  / 

%  COMPLETE:        I  (DO  

%  TIME  USED:   

NO.  MEN  EMPLOYED:  - 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  1^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  "7  V  <=t  ) 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J>T-g^rf         TELEPHONE:    ?3 Z 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     2  ADDRESS 


GENERAL: 


r*)>(o±  LU+f  JO£k  SHot 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


//7 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   tZ2^2<£&  /?%£^ 

PROJECT  NO.:    /j^Sj^'J?/? )  &/  CONTRACT  AMOUNT:     $  j£ 

PRO  J.  NAME:  ^y^y&Sd^tt?'  CONTRACTOR: 

LENGTH :  ^ ^/^2^  FROM  (town)  :  J^S^S ^Jk^/J 

COUNTY:  /^U&^A^?  AWARD  DATE : ^^T-  ^^^J^S^ 

CONTRACT  TIME:  DATE  WORK  STARTED:  X/^fZ./^L 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  S&?'J&^'-<&f 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   S 

NO.  MEN  EMPLOYED:  /tf^  NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  - — " 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  

EFFECTIVE  OPENING  DATE:  ^jZ'^f 

PROJECT  MANAGER :  J*^yZ„ _^g3#^gr~TELEPHONE :  -^^>  -^£^5?* 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^>  ADDRESS:     ^^g^^T s0Z»^J72?^jy7 


GENERAL :     ^6^0^y^^     yT^A^^^  y*d&yg&^2? 

^yV^yy^  ^y^yy^T  <yZy-^  y£?r  

yj^y^T^  y^y^  s^JZ^jSy^  y&&^^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:      Q lenjiuc 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     (3ct  I.  I98S 

PROJECT  NO.:     Qfjf    £2-lCSj)<J  CONTRACT  AMOUNT:  $ 

PRO  J.  NAME:  ff\  BnJgt  -CJbwkon  CONTRACTOR :   

LENGTH:   Q-<g    /T)'ilt±   FROM  (town):   

COUNTY:    Rooitut)f  a„J    g&kkd  AWARD  DATE:   


CONTRACT  TIME:  Qjp   u).D.  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE: 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       grcufi-   TELEPHONE:  6S3-IOSQ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _q_       ADDRESS:         Dram*  L 


GENERAL: 


Cro^tjt    ujas   lyt  %    Contract  on  Stpfvnbtr  S>6j  198S. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IF 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /Q~/-<P6 


PROJECT  NO.:    JZg-  9^-3  Cs£l!I^L  CONTRACT  AMOUNT:     $  g£g9 

PRO  J .  NAME :    £laj/^&<U»^  £-<£us  CONTRACTOR:     /T?^, ^  /j,? jJr 

LENGTH :       /4^~2         As  FROM  (town):      j^V//  ~ 

COUNTY:    Cujd^^    $  fiasdisj  AWARD  DATE:  /J?  ~/0 

CONTRACT  TIME:  cc  D .   DATE  WORK  STARTED:       ^  -  /  ~*#S~ 

ORDER  TO  PROCEED  DATE:      V ' Q-fS'  PROBABLE  COMPLETION  DATE:  ¥-2S-<3£ 

%  COMPLETE:         /0  Q    ?o   NO.  DAYS  WORKED  PER  WEEK:  •  

%  TIME  USED:  f3   NO.  SHIFTS  PER  DAY:   ;  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   . 

ACTUAL  COMPLETION  DATE:     g>  2D  -<PS~~ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 


EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:     f)_  sJ~r*J}*7**"^       TELEPHONE:  <?32~/0   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     3_       ADDRESS:       S??t  /^S  £,J<-,  y^l. 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT: 


(PC  C^/Y^/C/c* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         /Q  // /<P S~ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


7  ?      s77  SC  <>r 


CONTRACT  AMOUNT:     $  SO.   Y??.   6  7  r_.  ^TQ 
CONTRACTOR:     ^QrlfCttr   <TC-/f<  r-Q/l/yX  s*/r 
FROM  (town):  A^^JrO/TZ?. 
AWARD  DATE: 


£  (a  Cf     Q<y  £>  DATE  WORK  STARTED:       .^^6/^  % 


CONTRACT  TIME: 

ORDER  TO  PROCEED  DATE:       ^//7/^  g 

%  COMPLETE:  /Q  Q  

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


9*7 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ^ST/Lj/cPr' 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        ^osS/&ASS(7/t/  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:       /  ADDRESS: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  gV^^/^r 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  / O  .///fa^S" 

PROJECT  NO.:    _JZT/F"? V< y&7)/J~S~  CONTRACT  AMOUNT:    $  C,  O&Z^//. 

PROJ.  NAME:    /W^  CQ  ,  ^>^-^<;-j^ONTRACTOR :     s^O/T^JC^  y^S ^-/f'-CYsVC, 

LENGTH:        <9 ,  9  £Jj  FROM  (town):  C~-T  C /jn/.  77 

COUNTY:  <T^  CsJ^^/T   AWARD  DATE:  S/Zss&y  

CONTRACT  TIME:  <p (7  <LAS <D  DATE  WORK  STARTED:  ^V^Z-c^X^C 

ORDER  TO  PROCEED  DATE:      ^O^G/tf^  PROBABLE  COMPLETION  DATE:  st'&sti.  f 

%  COMPLETE:  P  g   NO.  DAYS  WORKED  PER  WEEK:  & 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:   2   N0-  HOURS  PER  SHIFT:  /  C~  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      JT uy^/^S <7/f/  TELEPHONE:        £ 3  g.  ->  /  0  f>3  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    jb  ADDRESS:  &  cF^JTT  O ^u/ 

GENERAL:         Of  O /?/f~       <Z  O /tSS/S ^ C~ O  £j  /^C&Cy&gj 

 O        C      4±4f£.     /Afsr&t  C  /y//<p     CP  dS&£t 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  j -  , 


DISTRICT:  C^/*^<//<sC 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       /&  -/ -f£~ 

PROJECT  NO.:    RS~Bl£  -£SZ- /  C&)  I  /  CONTRACT  AMOUNT:     $       7^3 0jj£_ 

PRO  J.  NAME:  7)y^^  AJ^/>.  LnC  CONTRACTOR:  £v,/J<ss  T+iC. 

<F;^~/7J>/cS   FROM  (town):   ^x^^^fC  MA 

ShZat^c  AWARD  DATE:  L  J9^S— 

6q  ulSO   DATE  WORK  STARTED:     ^fa&LjQ  I9<PS~ 

ORDER  TO  PROCEED  DATE:  /QvOghLe^  l9^^~  PROBABLE  COMPLETION  DATE:  Jl^^J 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  J? 

%  TIME  USED:  3p   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  g  

ACTUAL  COMPLETION  DATE:  '  


LENGTH: 
COUNTY: 
CONTRACT  7 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE 
PROJECT  MANAGER 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


:    jj),  sfr*J/t7*h'^       TELEPHONE:  ^-/^f3  

^>       ADDRESS:  /0P,/e-S 


GENERAL:  jP /&u-sf 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DI STRI CT :  C^/q^J/M^. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    OCTOBER  1 


PROJECT  NO. :  yCS  ^jSS  ZCH  &  )  0 
PRO  J.  NAME:    MJi&g,v\[~  AJpyfh 
LENGTH:            4<  S  /H,'Us 
COUNTY:  /&>,J>au^  


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $  748,  <?S1f>  ■  <S~Q 
CONTRACTOR:   ^gr-flf   Sv* /JgtS  .  JZ*c. 
FROM  (town):  /Zfrsngrok*    S/<  0<ZJ<:. 
AWARD  DATE:  7  2-S~- 

DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   Q_ 

%  TIME  USED: 


O 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:    S^'3Q' &G> 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   —  

NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  ^gy,  ^Pog/eL  TELEPHONE:    36&~-  Z£~77 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     tfZ/^,  e//\r**  ^77~. 


-y- 


GENERAL:      /Vfi      a>or&       i2*^-<£orm-e  J 

Jo 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


/if 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  30'//<fJ~ 

PROJECT  NO. :  ^  3¥*/ '/  fa) 
PRO  J.  NAME:  ££&faLz 
LENGTH:  7 ^  /rf/JfS  

COUNTY :  ^tO^t^/f  

CONTRACT  TIME:      /00  j£7.  

ORDER  TO  PROCEED  DATE:  ^tS^J^ 

%  COMPLETE:  J7^  

%  TIME  USED:  J?&  

NO.  MEN  EMPLOYED:        £g  / 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^/t,  ual(  n,Jj  C  k        TELEPHONE:  -/<?  S'O  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _^       ADDRESS:      jO^jO^T  a  S  /Vsc,^^ t,y S 

/Jo IS  A»"T^/??rs'?Z4/ 

GENERAL:    /j/arX  co^^/^'/rJ  of'.  Osfd.  exc,      ^  o/uerfs:  f 


CONTRACT  AMOUNT:     $  6fV 

CONTRACTOR:        &//tce  2^C. 

FROM  (town):  f=~orsy76 

AWARD  DATE:      ^J^rtt  JZ 8  ~ / 

DATE  WORK  STARTED:  *7l>/y  3/- / ?Jy<J~~ 

PROBABLE  COMPLETION  DATE:  &-/J~-<fb 

NO.  DAYS  WORKED  PER  WEEK:        <£~-  b 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:  /&  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 


PRO  J.  NAME:  Hairttm  nr?<>  5tocl;i:ilo9 

LENGTH:   Q  

COUNTY:  °h « r 1 d r n-f  o o 2 £ t f >  1 t-D;  n i e 1 3 
CONTRACT  TIME:  .'jg  i,p  


CONTRACT  AMOUNT:     $  161.156 

CONTRACTOR:   Eg  k  art 

FROM  (town): 
AWARD  DATE: 


March  11.  190S 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:    Am-f.l  l6f  V>t^     PROBABLE  COMPLETION  DATE:    QctobBt  1r)r  1985 


%  COMPLETE: 
%  TIME  USED: 


J2_ 


NO.  MEN  EMPLOYED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  run.***  TELEPHONE:   

ADDRESS: 


DATE: 

Oetotnrt  15, 

WEEK: 

0 

0 

0 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


7K7-57Q1 


Culbertson 


GENERAL :   ':o  work  by  1-1  o  I'  .ntraotor  this  pnat  period.    The  cit 

 Hf'cl- ma'  jon  t  Ian  13  in  thj  rroeeas  of  ro -negotiation  for 

 tlv  '6c:>bp.y  source.    Tl'e  c  <ntract  time  which  was  ceaaed  on 

  Jul:.   1  \ 1 1 1  be  rn;i  ;cd  on  Se.  *  ember  9.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  f  ^ 


DISTRICT:  Glenoliut. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Odt  J,  138* 


PROJECT  NO. : 


SmP   1139 -BS 


PRO  J.  NAME:  mainttnonct. 

LENGTH:  NA   

COUNTY-    6°''f'*ld  '  Mt*le*m  ,  Po/lon  i Coshf 


CONTRACT  AMOUNT: 
CONTRACTOR:      Boltrusch    Constr.  Co. 
FROM  (town):      Hour*.  ,  mt 
AWARD  DATE:  3-26-8S  


CONTRACT  TIME: 


IIH  to.O. 


ORDER  TO  PROCEED  DATE:     fynl  16, I90S 

%  COMPLETE:   J£  

%  TIME  USED:  Al  


NO.  MEN  EMPLOYED: 


S-io 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


S-Q6-8S 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Grtuf*-   TELEPHONE: 

ADDRESS : 


DATE: 

I7-6S 

WEEK: 

S 

1 

6  t'  12 

6S3-/QSQ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  £-3 


Drawer  L 


GENERAL:   GarfidA    County     Pt  :      Stocty.h  Com  pltttd    on.  9-J3-8S. 

Petto)  tarn     County     At/      fyprax  .     SC?c     of  /a"   CT.S.  Sr.  Vfl  Aoj 


betn  produtLtd  uiiih  St^%  ftoulu)  to   a  ghcXfiik. 

 Fallon      County      Pit:  PfX)c) ]*ct ion  sstorttJ    on  Jj-3o-SS  eu.fk 

ftio    hundred    ion  productcJ  

 CasKr      Counhj      Pit  ;      Do  cuorA  

■Ife^-s     and    %   CompUh    ore.:    HoJ     39%,    '/s    CT.S.   Gr-  V/?    36 Po 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     &  l  £sso>^<r 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OCT.    /,   iq  8 -T 

PROJECT  NO.:     /jl    V  &9  -  /  C  ')  0         DATE  SURVEY  AUTHORIZED:      3/2.7.  / 

PRO  J.  NAME:      IC/^seY     /?o<9Q  DATE  WORK  STARTED:   

LENGTH:  3.  c,      sts)/<l€±   ESTIMATED  COMPLETION  DATE:      ~7 //-S~/fiC 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   — —  TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  — -  %  COMPLETE:  O 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  <W 7  3  O 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  IO~(~i^ 


PROJECT  NO .  :     #/2-S  Sb<4-l(l)3 


DATE  SURVEY  AUTHORIZED: 


PROJ.  NAME:  Cv<<Xl.  6r , 


LENGTH: 


DATE  WORK  STARTED:      fU<j  ^ijf£] 
ESTIMATED  COMPLETION  DATE:     4V?  jo,  /9 &  ^ 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  j£^ngy<f     /<c  j  TELEPHONE:      3&S~  -  7  

NO.  PERSONNEL  ASSIGNED:       V-  <-  %  COMPLETE:       /OO  &f&>^{~ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


J  23 


DISTRICT:  <Z>C£^On/<£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OCT.     /,   /  9  g  .S" 

PROJECT  NO.:     g3    V  3  ft   -  /  f  V  J  Q       DATE  SURVEY  AUTHORIZED:       Z///  /8-T 

PRO  J.  NAME:    /✓/?  .S  //<yW  -  //o    7-//         DATE  WORK  STARTED:   

LENGTH:         /  3.  V   svi/  c€S   ESTIMATED  COMPLETION  DATE:     ZZ/T/fc  C 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   -— -   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:        '   %  COMPLETE:   O  °/t 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     &£-£^SGi  i/<T 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       QC  ~     /,   19  8^" 

PROJECT  NO.:  3  Z  3  -  /  (  <*)  Q       DATE  SURVEY  AUTHORIZED:      ^/v/ &r 

PRO  J.  NAME:  £  /7/r>?  -  -TO  DATE  WORK  STARTED:   

LENGTH:  8- Z    ^/l<f.5>   ESTIMATED  COMPLETION  DATE:  *//jp/&7 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  *->-  TELEPHONE:  ■ — - 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  0°A> 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT :         L^a/O  i  \/<T 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OCT.  /, 


PROJECT  NO.:     S/ZS    ZIP   '  I  C  I  )  1 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


PROJ.  NAME:      M  <£~.     O  f    /V  t  6/  (W  , 
LENGTH:   C>.  <-/   srt /  ^.  £ s  ESTIMATED  COMPLETION  DATE:  9/V/<g6 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      <3C  T.    /,    /<?  8  5" 


PROJECT  NO.:     g  g  f    3Z.O  -Z  (A  f  DATE  SURVEY  AUTHORIZED:        3 //  /fe-iT 

PROJ.  NAME:     £>' r/1  Lcb~S     O  £<?f/:  DATE  WORK  STARTED:   

C  S   <W-  -ZT-S  SYi/4*> ) 

LENGTH:  Q .  V   ^ifC  £  S  ESTIMATED  COMPLETION  DATE:  j£hbJ_&C, 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


/3 


DISTRICT:  Cce^/Oi^£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Q  C  T.     /,  /9  &  S~ 

PROJECT  NO.:     £  3    Z6/  -Z  C^ZC,    DATE  SURVEY  AUTHORIZED:      /I  /  ft/  ftV 

PRO  J.  NAME:     ftlCtfC/J^sO   C  a .   c*/C    DATE  WORK  STARTED:   

LENGTH:  ~7.  V  s^/c€S   ESTIMATED  COMPLETION  DATE:  Z-//1/&1 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   0  °/o 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:        L  €^D  ,  x/<T 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Q  C  1~.  / '    /  <?  g  £ 

PROJECT  NO.:     £S      Z</7  -  I  (/)  Q      DATE  SURVEY  AUTHORIZED:       Q  J  Z  7  / 

PROJ.  NAME:    /^eSJ>  T  £ /Z   -  £ S7S  f    DATE  WORK  STARTED:   

LENGTH:  6*.  Z.     ^)  /  c  e  h>  ESTIMATED  COMPLETION  DATE:  &d 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^CC^/O^/^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OCT  LJ^%S" 


PROJECT  NO. 


IZb>    iVr  *  I  DATE  SURVEY  AUTHORIZED:      <?/ 2.1/ ^4 


PRO  J.  NAME:    gR.US(£7-r  -  £  %  w        DATE  WORK  STARTED:   

LENGTH:  l.  Z    ^n/C^~s   ESTIMATED  COMPLETION  DATE:  ~l/zZ-/&7 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:  — 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  OV* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C  C  <£>✓£>< 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        OCT    I.  /<7 

PROJECT  NO.:    X~/g   <9  V  -  ~1  (/  n  )  Z  JS~    DATE  SURVEY  AUTHORIZED:      S/j  I  / 

PRO  J.  NAME:   iV/g/7^A    -  <?    s  r~  e  vsc*  r  DATE  WORK  STARTED:   

LENGTH:  /  S~.  Z         /  c  <C  S   ESTIMATED  COMPLETION  DATE:      j\l  ici/,&S~ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  -"^ —  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:    O  CV 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  6aL£*/Qiy£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        OCT".     I.    /  9  g^-S" 

PROJECTNO.:    JZTyg  9^       (  3~l)  Z/7       DATE  SURVEY  AUTHORIZED:       8 /zz./ &f 

PROJ.  NAME:      Q  L.        O ,  ^  <T  -  £*  ST       DATE  WORK  STARTED:   

LENGTH:  /  1.  6>      M/Ces  ESTIMATED  COMPLETION  DATE:  /z/a,/&-T 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  *   TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  — '  %  COMPLETE:  0% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DI STRI CT :      CCCsv  Q\^C 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      OCT.  I  ,  /9  fe^S" 

PROJECT  NO.:    JI />    ^-V--5"(zv)/7^  DATE  SURVEY  AUTHORIZED:        £>7 ZtJ  ft-T 

PROJ.  NAME:     TC/Zfli>  -  £/isr-  e  ^/^T  DATE  WORK  STARTED:   

LENGTH:  P>.3         '  C  €  S  ESTIMATED  COMPLETION  DATE:  V//5~/ftC 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   —  TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   Q  Y\  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^yDA/f 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OCT-     %   /9  6-T 

PROJECT  NO.:    JZT/g    *9  V-  V  (^Vo  J  /  Z.  6>  DATE  SURVEY  AUTHORIZED:  z/z6/&r 

PRO  J.  NAME:     /w/c<f.S   <&.IT^  -  UJ<r±  r  DATE  WORK  STARTED:   

LENGTH:  <7.  /  ASJ/ces   ESTIMATED  COMPLETION  DATE:      /l/zc/fj  S" 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  — '  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   Q  % 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     CL  £sVOl\/C 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        OCT.    /  /9&r 

PROJECT  NO.:      f  S~  ~)    ~  C  Cz)  Z  DATE  SURVEY  AUTHORIZED:  Z/ 

PROJ.  NAME:      C  /lC  6  fc~    -  <T/7.s  T         DATE  WORK  STARTED:   

LENGTH:         j  1.  j    /v?/  (c  ^   ESTIMATED  COMPLETION  DATE:    _V/at/jB  C 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  '  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


/39 


DISTRICT:  "$//30 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   

PROJECT  NO.:  £2=&£2l i 9  DATE  SURVEY  AUTHORIZED:     <0- 7-03* 

PRO  J.  NAME:    JprcU*  (z<xs+  4uJCS.  T       DATE  WORK  STARTED:  £'/3-8^~ 

LENGTH:  /£  Af/As   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:  Q-Ce-S^' 
PROJECT  MANAGER:   /f^A/     Quartz       TELEPHONE:                 S~~  2g  7  "7 
NO.  PERSONNEL  ASSIGNED:  4/  %  COMPLETE:   ?  *2  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     <2>  £  C/VOi  <S<T 


PROJECT  NO. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OCT.     I.   1 9  8  <T~ 

BlZf    Sjj  -3  OVlS     DATE  SURVEY  AUTHORIZED:       /  I  /  1  / 


PRO  J.  NAME:      U /I S      C/4^/C<-  DATE  WORK  STARTED:   

LENGTH:  Q.  C,    ^w/<  €S   ESTIMATED  COMPLETION  DATE:     j/z/ /Qc 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:   TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  O  % 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:         /  <£*?<L/oe- 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     ^S7'3CC)  kff  DATE  SURVEY  AUTHORIZED:       ^  -f~&ST 

PRO  J.  NAME:  /^hla^rd    £Tc<-J-  DATE  WORK  STARTED:         f  ~  Z&  -<PS^ 

LENGTH:  , /<J>   ESTIMATED  COMPLETION  DATE:  //~$rJ^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   £X  sj-^h P?*?*^     TELEPHONE:  ^3.^-/^9-3  

NO.  PERSONNEL  ASSIGNED:  (D  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  <Z>L£*SQ>^£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OCT.    /,  /9Sf 

PROJECT  NO.:     £  Z~l   -  2-  C  3  )  Z  ^        DATE  SURVEY  AUTHORIZED:       QJZjlJ.  £>J" 

PRO  J.  NAME:  -  Spt/7W         DATE  WORK  STARTED:   

LENGTH:  ^,  I    ^/<l  (T  S  ESTIMATED  COMPLETION  DATE:  j//S-/Ql 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  s~*>-*  %  COMPLETE:  O  °/o 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      C  C^sso  /s/<r 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        Q  CT-     I    IQ  BJT 

PROJECT  NO.:     BZf    2.C  -I  ( sr)>  i         DATE  SURVEY  AUTHORIZED:       8/z_-?/  Rr 

PROJ.  NAME:      y^o^ravf    /g/y/c/f      DATE  WORK  STARTED:   

LENGTH:   ^  ,  J*    /w/cfj  ESTIMATED  COMPLETION  DATE:     C  / V / '  gT7 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   ^> —   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   Q 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        / &  ~  J 


PROJECT  NO.:   J^^f'  /</-     Q)  DATE  SURVEY  AUTHORIZED:       /A  7~?tf 

PROJ.  NAME:   ft>rCc/P/r>e  /&g/       DATE  WORK  STARTED: 


LENGTH: 


0*S  r7i'/e- 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  X^US" i^ln^r?^ ^     TELEPHONE:      222  -Z&9-3 

&  %  COMPLETE:  SO  y^J 


NO.  PERSONNEL  ASSIGNED: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


/i7 


DISTRICT:  ^ce^OrJf 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OCT,    I.   /9  8i" 

PROJECT  NO.:    R(LF  l-JQ  j/£l  DATE  SURVEY  AUTHORIZED:  l\\s/htf 

PROJ.  NAME:     Ro  X    Ct  Q<f£    C£.  -      DATE  WORK  STARTED:   

£      O/C"     S  It  oc/c  7-*~s 
LENGTH:  O ,  ~l   s^?,tes   ESTIMATED  COMPLETION  DATE:     /iVS/ 8fe 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE:     

NO.  PERSONNEL  ASSIGNED:         —  %  COMPLETE:   O  °/o  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C* u*— 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /0  -/-jP'JT 

PROJECT  NO.:  Q/)  S%f&        DATE  SURVEY  AUTHORIZED:  ^zZ^££T 

PROJ.  NAME:  flJo~*>  hjO-  -  uy^S-j  DATE  WORK  STARTED:  J?  -</ -<PS~ 

LENGTH:  */  (£s$_   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     J).  QufvcJl*''  TELEPHONE:       3<£3-  £?Q//  

NO.  PERSONNEL  ASSIGNED:         S~  %  COMPLETE:  9<?   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  C/SO  ,  i/<T 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       OC  T~.  j, 

PROJECT  NO.:  .  S~/C   -  /  (  ,  )  /  DATE  SURVEY  AUTHORIZED: 

f          JTl-l  -  /  (    )  O 
PRO  J.  NAME:      C  /  Oc,  <g~  -  \*/fsr  DATE  WORK  STARTED:   

LENGTH:  j  3.  I  ^/cci   ESTIMATED  COMPLETION  DATE:  ////^/8C 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:  --w 


NO.  PERSONNEL  ASSIGNED:        --^  %  COMPLETE:  O  % 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Billings 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    September  30,  1985 


M-HRS 

PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

USED 
THIS 
REPORT 
rr.lv  1UU 

% 
COMP 

EST 
COMP 

m 

dsn. 

J 

RS  302-1  (2)  0 
Rimrock  Road  -  M_l_, 

Reconstruction 
G.  GS.  PMS 

Publ ic 
Hear  i  ng 

on 

/ 

o_o.fi 
Z  00 

M_690_-l_Ji)_o  _  _  _  _ 
Laurel  -  1st  Avenue 

U_gradin_  _ 
PMS  Overlay 

Final 
Des  ign 

n 
u 

1  f\  Or- 

1 0-85 

¥ 

FJNJSL^                 _  _ 

Laurel  East  -  Mossmain 

U_gradin_ 
PMS  Overlay 

Final 
Design 

^6 

1  n_  Qr 
1  O-05 

F_l  6 -_2  Q}  29_   _____  _ 

Klein  -  South 

Uj__gra_din_  __ 
PMS  Overlav 

Pre- 
P. I.H. 

1  -8A 
1  OO 

F_63_  (2}  19.  _____  _ 

Judith  Gap  -  Moore 

U_gradin_ 

Widen,  PMS  Overlay 

,Str. 

Pre- 
P. 1 »H. 

436 

1  -O7 

R_30_8-1_J6)_9  __ 

E.  of  Bearcreek  -  Belfry 

Reconst.  and  Upgrading 
G,  Widen,  GS,  PMS 

Fi  nal 

Des  i  gn 

DO 
OO 

rr 

55 

1  2  OO 

* 

/ 
•J 

RS  306-1  (3)  2 
Columbus  -  North 

Reconstruction 
G,  GS,  PMS,  Str. 

Pre- 

"iO 

1  -88 

1  00 

* 

RS  500-2  (2)  19 
Mosby  -  South 

Reconstruction 
G,  GS 

Pre- 
P. I.H. 

0 

6 

1  -8Q 

F  37-1  (10)  9 
Busby  -  West 

Reconstruction 
G,  GS?  PMS 

Fi  nal 
P.I.H. 

u 

Zin 

12-87 

F  37-1  (10)  19 

Busby  -  East  and  West 

Reconstruction 
Gt  GSj  PMS 

Pre- 
P. I.H. 

56 

c 
j 

1 1-88 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 
*  -  Additional  Field  Survey  Data  Required. 


DISTRICT:  /I ,jc+ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <fS 


PROJECT  NO.:       /Vs*-/  Qj)  £ 
PROJ.  NAME:  ~&m4g€  /J. 

LENGTH:  p.  c  Al.C^,  

COUNTY:     &^&sr  ^33  

CONTRACT  TIME:  Jp  Cu*c#iA/<*  ^>/3 
ORDER  TO  PROCEED  DATE:  ?-ZC-tS 

%  COMPLETE:   

%  TIME  USED: 

NO.  MEN  EMPLOYED:     s  4-  -r*>  sC 


CONTRACT  AMOUNT:     $   ^2£.  J-Q 
CONTRACTOR:    SLaaS  ^S>^y  G>^S7Jf.J/A/ezs 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


jL 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /2c*c*.t  Giaajlt**}  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS: 


P.O.  /6cm:  SjSA* 


GENERAL:  TNC  C2c>»T*A<?r"x-    //r*   CI>s**u*r&o    T^g  jgi&Bkgg&SgSfig 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^x^/gr^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         s*>-^-  fS 

PROJECT  NO.:  fof)  ^77  CONTRACT  AMOUNT:     $  s 


PRO  J.  NAME:    <£<e0Yeu,,/*f*  ^/«J  CONTRACTOR:  51^ 

LENGTH :  C.  7  /»/^g>   FROM  (town):      dUt****,  MS. 


COUNTY:       SL**r  <S^j-s 

AWARD  DATE: 

CONTRACT  TIME :  7 J-  cOc**,**s  At*  * 

DATE  WORK  STARTED: 

<- 

r-rs 

ORDER  TO  PROCEED  DATE: 

PROBABLE  COMPLETION 

DATE: 

%  COMPLETE:  /<z><p 

NO.  DAYS  WORKED  PER 

WEEK: 

%  TIME  USED: 

NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:          y  ^%  <Z 

NO.  HOURS  PER  SHIFT: 

4- To  & 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    A^r  £ua**n>Al      TELEPHONE:         9^  -  <&>Q9  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  Aa. 

GENERAL:   7-^"    gSfcafigaafeagg.    ^aOMaMOt     /Az**/*s*e  rv^.  /4*,~r- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  mUisiaA 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     aagagfflC  3a,  MS 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


JV*  9QM   

-state,  earn,  meets  sml 


CONTRACT  TIME: 


7<   \A/ojtKtAJ*  £>y*fi 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  3o 
%  TIME  USED:  9^ 
NO.  MEN  EMPLOYED: 


4  - so  8S 


JZ2- 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $ 
CONTRACTOR :     aa>kt»b*aj  xj*>PAo\*»,*A,r 

FROM  (town):      ^a  ,  as  *  

AWARD  DATE:  3slJ3&1  


DATE  WORK  STARTED : 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     ^.^    TELEPHONE: 

<-  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


■Vz  V  /77t><fr 


GENERAL: 


SBetSSGCiiMJi  25a  &OtdUL  A/AS  /IfSF^L  OjPu*4>aj^    of?  TA, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

/Y3 


DISTRICT:  BtLJ-ltiGS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       fO~[-  8S 


PROJECT  NO.:    XO  3Q-3^3C)  B3l  UZ  CONTRACT  AMOUNT:     $        1ZBS  Z77 

PRO  J.  NAME:     ^Dggg£q5S  -  ^OUTH  CONTRACTOR:     B£f&£'^  £,e?Aitzjaja^&VST£AiJC< 

LENGTH :      // 7  MlL&S   FROM  (town):     £e&MOAtr>}  LJASUlA/6,TCJa 

COUNTY:     BlC  tt&tZti   AWARD  DATE:  S+3G-&3  

CONTRACT  TIME:  Z^OldaKKJAlZ  DA  DATE  WORK  STARTED:  Z-Z7-Q4- 

ORDER  TO  PROCEED  DATE:    ;Q-3l-g3  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:        3i%   NO.  DAYS  WORKED  PER  WEEK:  _S  

%  TIME  USED:       63%   NO.  SHIFTS  PER  DAY:  /  


NO.  MEN  EMPLOYED:  7S~   NO.  HOURS  PER  SHIFT:  <g>-/Q 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  ///A. 
PROJECT  MANAGER:    D.C .  W  rfjfz/  <SQaJ  TELEPHONE: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J^-       ADDRESS:     RQ,6ox  GAZ.  

GENERAL:     P/gQG^S     CiOOO.  Uinpk  1A1  F>Pr>KI?£E^  r^JLt^l^T^O 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      September  30,  1985 


PROJECT  NO. 


I  ID  90-9  (62)  543  * 
P  74-1  (2)  0  u-2 


PRO  J.  NAME  -.Wyola  South  &  Wyola  Conn. 

LENGTH:      5.8  Miles  

COUNTY:         Big  Horn  


CONTRACT  AMOUNT:     $  7,977,895.95 
CONTRACTOR:    Hilde  Construction  Company. ,  Inc. 
FROM  (town):  Great  Falls,  Montana 
AWARD  DATE:  8-26-83 


CONTRACT  TIME: 


220  WD 


DATE  WORK  STARTED: 


4-9-84 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:    99 

%  TIME  USED: 
NO.  MEN  EMPLOYED 


8-29-83 


96 


16 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


9-15-85 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  12 


R.J.  Schaak 


TELEPHONE: 
ADDRESS : 


343-2501 


Box  366 


Wyola,  Mt.  59089 


GENERAL :     Work  in  progress  consists  of  Lewis  Const,  installing  guard  rail  and 
signing  on  the  project.  These  items  were  completed  on  9-13-85.  Mark  Rite  Lines 
began  striping  on  the  project  on  9-10-85  and  finished  the  striping  on  9-1 3-85. 
Only  minor  cleanup  work  remains  to  be  done  on  the  project. 


Grading  Items  are  100$  complete,  Drainage  items  are  100g  complete,  Structures  OEPOOBtjCajftj 
are  100$  complete,  Asphalt  Paving  Items  are  100$  complete.  Misc.  Items  arc 
98$  complete.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE  . 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Billing* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     September  30,  1985 


PROJECT  NO.:    I  ID  90-9  (38)  5^9  U-2 

PROJ.  NAME: Wyoming  Line  North  

LENGTH:         5.2  Miles  

COUNTY:      Big  Horn  


CONTRACT  AMOUNT:     $    7.261 ,180. 56 
CONTRACTOR :    Hilde  Construction  Co..  Inc . 
FROM  (town):      Great  Falls,  Montana 
AWARD  DATE:  8-5-83  


CONTRACT  TIME: 


220  WD 


DATE  WORK  STARTED: 


9-6-83 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  99 
%  TIME  USED:  96 


8-5-83 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  9-15-85 

NO.  DAYS  WORKED  PER  WEEK:  _1  

NO.  SHIFTS  PER  DAY:   1  

NO.  HOURS  PER  SHIFT:  8 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      R.J.  Sohaak  TELEPHONE:  3*0-2501 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /Z  ADDRESS: 


Box  366 


Wyola.  Montana  59089 


GENERAL:     Work  in  progress  consists  of  Interstate  Quhhiuu  Special  ties 
Striping  on  the  project.  Striping  was  completed  on  9-4-85. Only  minor  cleanup 
work  remains  to  be  completed  on  the  project.  


Grading  Items  are  100$  complete,  Drainage  Items  are  100$  complete,  Structures 
are  100$  complete.  Asphalt  Paving  Items  are  100$  complete,  Misc.  Items  are 
98$  complete.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT: 


Billings 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
I  ID  90-9  (36)  531  U-1 
I  ID  90-9  (38)  549  U-1 
P  74-1  (2)  0  U-1  

Fenoing-  Lodge  Grass  to 

24?T°fci1sLlne 

Big  Horn  


September  30,  1985 

CONTRACT  AMOUNT:     $  486,990. 61 
CONTRACTOR:    Crow  Tribe  of  Montana 

FROM  (town): 
AWARD  DATE: 


Crow  Agency  r  Montana 
July  5,  1985  


CONTRACT  TIME: 


See  Contract 


DATE  WORK  STARTED: 


7-26-83 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  94 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


7-5-83 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10-15-85 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     R.J.  Schaak  TELEPHONE:  343-2501 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      1  ADDRESS: 


Box  366 


Wyola,  Montana,  59089 


GENERAL :   Work  in  progress  consists  of  the  fencing  contractor  fencing  the 
areas  that  could  not  be  completed  until  Roadway  construction  was  completed  j 
on  the  Wyoming  Line  North  and  Wyola  Connection  Road.  


1  engineering  personnel  is  assigned  to  inspection  duties. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     0tu,»*  s 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   ^gqUBOiA    *os  LSAJS. 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


Gamma** 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE: 

%  TIME  USED:  ,ao 


JSJCIt.   &s  tlx i 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 
CONTRACTOR:     0^tkosch    ^ausT^u^r/^j  co. 

FROM  (town):  mucaueA  

AWARD  DATE:        »^   t  /»as  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 


_»3  

/  

8  


EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


GENERAL :      77^?"  ctf/s>  amuuMt  ae&eMzjaAtA  meeg  <r<,Mj**.*r*s>  &stt*j3uuJ3£& 

A/if/? — T4< — £/Autit  aMatthA.  tu.  au  Hls.  e/m*j<{s  /pus.  /i£P/s-*L    A*  /per.  /*, 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


/f 


DISTRICT:  g/UlfJ<ii 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    S£PT,    30j  mzs 


PROJECT  NO.:    £iJaBLsgts    2fl.2  („)8z. 

PRO  J.  NAME:     Bnvn  XouTlt  

LENGTH:  s.  t.  *i,*.es  

COUNTY:  guUetU  


CONTRACT  TIME: 


8a  unuuaaia  payi 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /ao 
%  TIME  USED:  „ 
NO.  MEN  EMPLOYED:  „ 


ACTUAL  COMPLETION  DATE: 


^-  z*-ft£ 


CONTRACT  AMOUNT: 

CONTRACTOR:  ^^^uat/oaj  ,aj<:. 

FROM  (town):  ^/AJO   

AWARD  DATE:      „UL„  A  y?„v  


DATE  WORK  STARTED: 


mux-  <*,/<>»/ 


PROBABLE  COMPLETION  DATE: 


NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  - 


NO.  HOURS  PER  SHIFT:  — 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  c-z^^ 
EFFECTIVE  OPENING  DATE:  „/M 

PROJECT  MANAGER:     ^  TELEPHONE:  2y«.,?gz7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ■vz.y  j*ax*r 


GENERAL :  waiter  ts.  tee   <=osr>*>i.*r*  .   >cv  v  >v»7^   *a>sj  svs-j'oeTjvs- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  &/{Z/A/GS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


6?.  L  /n/i£s  


CONTRACT  TIME:  ?S  U),/) 


CONTRACT  AMOUNT:  $  ^  2Dfo;397.  Jo 
CONTRACTOR:         Pjr/MUfy  doJST 

FROM  (town):  /^1l)JSTo^JaJ  

AWARD  DATE:   ^zZL   


DATE  WORK  STARTED: 


6~ 3- X5 


ORDER  TO  PROCEED  DATE:  S'ZSSS 

%  COMPLETE:  

%  TIME  USED:   g5  

NO.  MEN  EMPLOYED:  3Q  


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


 ^  

/  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:     /few  Qrrmfo/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  7 


GENERAL:        7^f     (JaaJTZAUW     /?A//S#£&   $t>/AJ6  (OA/  £&>*//,/ 98  S. 

 -?7ZSgr  /  feztLerA/TAtes  €>/?  de/nterrse*/   /Metis    j&cz^s '. 

/r?/s  c  s£,      &ms>uAc  /no  %j  £jtfL       ^  duLvazr  /oo%.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IF 


CMS- 14 


DISTRICT: 


513Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  q/3n/85 


PROJECT  NO, 
PRO J.  NAME: 
LENGTH :      14.I  Miles 


F-HES  57-3(15)67 
Moore-Lewi stown 


COUNTY:  Fprgllg 


CONTRACT  TIME:  qo  Workings  .Days. 
ORDER  TO  PROCEED  DATE:  7/fi/fii; 

%  COMPLETE:  30%  

%  TIME  USED:  5^  

NO.  MEN  EMPLOYED:  Afi  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  2,374,336.23 
CONTRACTOR:     Empire  Sand  8  Gravel  Hn, 

FROM  (town):    Billings,  Mt.  

AWARD  DATE:     June  6.  1985  


DATE  WORK  STARTED:  July  16.  1985 
PROBABLE  COMPLETION  DATE:  6/1/86 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:  1  

NO.  HOURS  PER  SHIFT:  1Q 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  _ 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       PasSQW   TELEPHONE:  538-8731 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  1L_         ADDRESS:       P.O.  Bnx  491 


Lewi stown,  Mt,  59457 


GENERAL:   Empire  is  scheduled  to  complete  the  crushing  of  the  plant-mix — 

aggergate  and  cover  material  October  4.    The  lh"  CBC  has  been  placed  between 

<;fa  n+pn  anH  S&au  %H±Z5  ttfest  portion.  ThP  tons  hPing  9419.  The  major  portion 
of  the  grading  is  rnmplete  nn  the  west  portion  and  2  miles  on  the  East  portion. 

13,293  Cu.  Yds,  of  Fmhankment  in  Place  or"  50%  complete^  

The  Detour  at  Sta.  128  is  in  place  and  being  used  as  the  pipe  sub-contractor 

removes  a  wood  structure  and  installs  dual  66"s  51"R  x  68'  c,s,p>a.  Two  TS-14 
scrapers  are  being  used  for  grading  in  the  larger  fill  areas  and  their  widening 

machine  is  being  used  on  narrow  fills.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT: 


5130 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


FOR  THE  PERIOD  ENDING: 

RTF  57-3  (11)  88 

F-HES  57-3  (16)  97 

K — of  Lwn-East  

Gras  srange-West  

14.9  miles 


CONSTRUCTION  PROGRESS  REPORT 

September  30,1985 


Fergus 


CONTRACT  TIME:   90  working  days 
ORDER  TO  PROCEED  DATE:  4/29/85 

%  COMPLETE:   97  

%  TIME  USED: 


CONTRACT  AMOUNT:     $  2,790,151.70 
CONTRACTOR:     Glenn  Rehbein  Excavating,  Inc 

FROM  (town):        Missoula,  Mt  

AWARD  DATE:     April  3,  1985  

DATE  WORK  STARTED:  4/23/85 


90 


NO.  MEN  EMPLOYED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Passow  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  2-4 


DATE: 

11/1/85 

WEEK: 

5 

1 

8  to  10 

TELEPHONE :  538-8731 
ADDRESS:     P.O.  Box  491 


Lewistown,  Mt. 


GENERAL:  a  Rain  and  snow  has  halted  all  clean-up  efforts.    A  good  week  of  work 

 remains  to  be  done  on  clean-up.      A  small  portion  of  the  project  remains 


to  be  seeded.    The  completion  of  seeding  will  depend  on  the  weather. 

 Lewis  Construction  completed  the  installation  of  guard  rail  and 

delineator  on  the  projects  on  September  30.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


/S  2- 


CMS-14 


DISTRICT:  gjjj^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


xrr&j  -4-<*)/o  «p- 


CONTRACT  TIME:  Atp^-ai-**- 


CONTRACT  AMOUNT: 

CONTRACTOR:  P„^<fJ.  AJ^  A. 

FROM  (town):         /=>A  /„x  

AWARD  DATE: 


ORDER  TO  PROCEED  DATE:   df>?2  -Sis' 

%  COMPLETE:   Sd>  o  

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE : 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  -  J  7  ' S^S 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:   ^  L      /  TELEPHONE 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


^Fsi^^^/sj  n  a/<o~  J-.  ^9  ay 


7* 


GENERAL: 


l~4>  l  g  C 


See  '5%  @< 


t9  j~. 

4)  <T  O- 


But  Tl 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  £/<LL//U£S. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /0'2'SS 


PROJECT  NO.:     A/  /QO.^CZ)  CONTRACT  AMOUNT:     $  844-}  263.  &9 

PRO  J.  NAME:  SOiCTH  24TH  W  CONTRACTOR:     £*}P/££  SwO     '  dfZfiue^  Co 

LENGTH:  Q.  52   //? /   FROM  (town):  /^/cl^CS  

COUNTY:        YeuU>W3TO\J E>   AWARD  DATE:  &-2&'#S  

CONTRACT  TIME:         90  W  Q.   DATE  WORK  STARTED:     g-  ZO'&S 

ORDER  TO  PROCEED  DATE:     8~  S-&S  PROBABLE  COMPLETION  DATE:    //-  I5S5 

%  COMPLETE:  32%   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:  5Z°/o  NO.  SHIFTS  PER  DAY:  ' 


NO.  MEN  EMPLOYED:  2£>   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:  ^ — 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  " —  

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  Q/^U/D  /?  ^}£iiUtty\^  TELEPHONE:  245~9d°2-  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     9_       ADDRESS:      QiSfiT.  OF  fjl^H^/^S 


GENERAL:      Wog/<   dt?NSl3T£D   OF  Plf\CEfQ£AJ~T  OF   C.3C  TY?£  3 

2V/gyws'  $ ' p£g<le*TF)&eS  of  Co^foeri^tJ         AS  FctcoaJS  '.  

S&/If/)<1/n£  TTesns         2e%  CcwpL-eyi?:. !  Sro&/n  DR*>k)  zjv&s 

/T&ns  ?Q fa  <2&sn>>i.eT£.  $  /??/S<f  Trews  /£c/o  <2o .r>pL<zT£. . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  /S<? 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECTNO.:     j><?  j?^-J  -#(3^0 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


<4.  S  Sf/jb 


CONTRACT  AMOUNT: 
CONTRACTOR:  j£ 
FROM  (town): 
AWARD  DATE: 


-Z7?-X*T 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:   J^L  fl>  l/Z^e. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


3Z3  -3^4>6 


GENERAL : 


-«_S  e  /<=/  y  ~  jjdt 


AC 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  0i/f,'n^^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /O -  <T 

PROJECT  NO.:      /^/p  9o£2  CONTRACT  AMOUNT:  $ 

PROJ.  NAME:  ^zc  T^ZW^^V  Br.'J^e.  CONTRACTOR:  ^ 

LENGTH :      ^7.^  M//^,   FROM  (town):     ^J/lO^  M7~ 

COUNTY:      ~T?c*  * ur<-   AWARD  DATE:   

CONTRACT  TIME:  4g MfaAugg  D*cf*>  DATE  WORK  STARTED:  ^-//-^^ 


ORDER  TO  PROCEED  DATE:    g'lg-g^T         PROBABLE  COMPLETION  DATE:      f(-&  "SS' 

%  COMPLETE:         /  Z   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  ^  7   NO.  SHIFTS  PER  DAY:   j_  

NO.  MEN  EMPLOYED:        2   NO.  HOURS  PER  SHIFT:  &  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Q.  &  .~7^y  /„  r-         TELEPHONE:       ZSZ-??  3^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J?        ADDRESS:'     pA^f.  of  /-/t^rf  .f  .  

&,'t/i*2ss  Ml   


GENERAL: 


daTCr  — af-/J"S£'-  7rei4-*£jr>.  ^dime^^f.  &>&'-rZf*J cifa*J d<~./e><;f 

AH 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  6$ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /O'  2'  &5 


PROJECT  NO.:    /t^SW  4l4l  Of)  CONTRACT  AMOUNT:     $  //3;  734.  OO 

PRO  J.  NAME:  jfaRlQl/S  LbdATlodS  -&£S  .  CONTRACTOR:  /7?(DCA<op  i?L££7fcl€* 
LENGTH:  D>0  /7? /   


COUNTY:  Ye(JLOuQ$Tt>&£. 


CONTRACT  TIME:  BY  tJo\J.    I^f  fi^S 
ORDER  TO  PROCEED  DATE:     9'  /3SS 

%  COMPLETE:   

%  TIME  USED:   ^ —  


FROM  (town):  &/cc/<vu-^ 
AWARD  DATE:     R-  2g  ^  85 


NO.  MEN  EMPLOYED: 


a 


DATE  WORK  STARTED:  9-30"SJ> 
PROBABLE  COMPLETION  DATE:    fy/ot/-  /4,  /?SS 
NO.  DAYS  WORKED  PER  WEEK:  _£ 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  "   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    D/W*Q  P  S&JiWAAf  TELEPHONE:  24S~98oZ~  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      §_       ADDRESS:     f)sPT.  OF  M/gtVCu/? ?S 


GENERAL:  ////S   ProiGCT  WAS    L&T  /7vdisj>  T   Zlj    /98/j  £ 

£!7A*jD/>£0  &/>ses         +/>e  //V/~~&g  $eeT/o<o    OF  £■  27TH-  ST  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914  •  /5~7 


CMS-14 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9/3Q/85 


HES  80-3(1)63 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:       0.0  Miles 
C0UNTY:      Judith  Basin 


North  of  Stanford 


CONTRACT  AMOUNT:  $  27.292.50 
CONTRACTOR:   Uirkpns  P.nrKt. 

FROM  (town):      Lewis town,  Mt. 


AWARD  DATE:        fi/] /85 


CONTRACT  TIME:  ?n  Working  .Days- 
ORDER  TO  PROCEED  DATE:  8/26/85 

%  COMPLETE:   

%  TIME  USED: 


DATE  WORK  STARTED: 


9/11/85 


_30JL 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10/15/35 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         PasSQW   TELEPHONE 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    \-Z  ADDRESS: 


538-87?! 


P.O.  Rox  491 


Lewis town.  Mt.  59457 


GENERAL:   Thp  rnntrartnr  rnmplptpH  placing  thp  pipp  and  Embankment  in  place 

Oct.  1  and  is  scheduled  to  complete  the  finish  grading  and  signing  the  week 


of  Oct.  7.  Seeding  after  the  15th  of  Oct, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 16 

DISTRICT:  ^^/jUm 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   

PROJECT  NO.:  <*4SC  C&)  DATE  SURVEY  AUTHORIZED:  s 

PRO  J.  NAME:     /9#c:*  *fxr.  DATE  WORK  STARTED:  -  £y-  r<£ 

LENGTH:   —   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    /2&g*&31  S3s**^t-*~1    TELEPHONE:  9>SZ-  <?Co9 

NO.  PERSONNEL  ASSIGNED:  /  %  COMPLETE:  j*Va  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 


tfS  ^5  DATE  SURVEY  AUTHORIZED:    CD  2  -  2-  I  -  S^h 

PROJ.  NAME:      C^e.y  K  e  ^  e  A/„  „  //  DATE  WORK  STARTED:     //  'J  9- 

<£aJ,'/^   ESTIMATED  COMPLETION  DATE:   


LENGTH: 

fJATK  SUB   1 T  ['.!  \)    fu  I.WS'IRKT: 

PROJECT  MANAGER 
NO.  PERSONNEL  ASSIGNED 


:    'TxLf)^  l/2rf>  TELEPHONE: 
  %  COMPLETE: 


0 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:  513Q 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  q/30/ftfi  


PROJECT  NO.:  RS  297-1(01)24  DATE  SURVEY  AUTHORIZED:  m/7/85 

PRO  J.  NAME:        Hedges  vi  11  e-North  DATE  WORK  STARTED:  11/15/85 

LENGTH:        8.0  mi.   ESTIMATED  COMPLETION  DATE:  n/a 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:        Passnw   TELEPHONE:  538-8731  

NO.  PERSONNEL  ASSIGNED:  n  %  COMPLETE:  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:  5130 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Q/3Q/85  


RS  236-1(07)0 


Hilger-Winifred 


DATE  SURVEY  AUTHORIZED:  11/7/84 
DATE  WORK  STARTED:  2/8/85  


24.12  mi 


ESTIMATED  COMPLETION  DATE:  ?/15/8fi 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT: 
pflSSOW   TELEPHONE: 


538-8731 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


Work  will  begin  when  crew  becomes  available. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 


DISTRICT:    X>^>>t^  3 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  so-js-tf^ 

PROJECT  NO.:      f*<¥S-/  C&)  O   DATE  SURVEY  AUTHORIZED:     ^-Zt-  <fS 

PRO  J.  NAME:     A<£.  ~77~a*s^  aCctW         DATE  WORK  STARTED:        >9 3 

LENGTH:   ^   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ^^^f  TELEPHONE:  TS*-  ¥Co<i  

NO.  PERSONNEL  ASSIGNED:     J  Tt>  4  %  COMPLETE:   ^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:  Sm£/"/£3 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    OCTOBER.  j2,  /g£5" 

PROJECT  NO. :   /=  S3-2L2)34-   DATE  SURVEY  AUTHORIZED:     /2~5'Q  3 

PRO  J.  NAME:   jC3£c*D\Jn5«j  -  DATE  WORK  STARTED:  Lli£l£-L- 

LENGTH:         2&4  fj  £>Z    /?/,  ESTIMATED  COMPLETION  DATE:    // -  /SSS 

DATE  SUBMITTED  TO  DISTRICT:     /2.  S-83 

PROJECT  MANAGER:  D/QuiO  P  £esM/7?4*J  TELEPHONE:  245'980<L  

NO.  PERSONNEL  ASSIGNED:        4  %  COMPLETE:  7D  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 


REV.  7/15/85 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


PROJECT 


LOCATION 


TYPE 

LENGTH  WORK 


PERCENT 
TIME 
USED 


t  WORK  COMPLETED 
AND  ESTIMATED 
COMPLETION  DATE 


CONTRACTOR  AND 
CONTRACT  AMOUNT 


FH  61-1(5) 
Northfork  Flathead 
River  Highway 


Flathead  County 


9.655     Grading  and 

aggregate  surfacing 


83% 
10/15/86 


Hilde  Construction 
Co.,  Inc. 
$4,033,405.45 


FH  12-1(2)  and 
F-HES  5-3(26)133 
Whitefish-Eureka  Hwy 


Flathead  &  Kootenai 
Flathead  &  Lincoln  Co. 


Grading  and 
surfacing 


Poe  Asphalt  Paving, 
Inc. 

$3,676,846.90 


OMAD  18(13) 
Minuteman  Missile 
Base  Roads 


Cascade,  Judith  Basin, 
and  Teton  Co. 


36.5      Crushed  aggregate 
surfacing 


Konitz  Contracting, 
Inc. 

$518,400.00 


OMAD  18(14) 
Minuteman  Missile 
Base  Roads 


Fergus  and  Wheatland 
Co. 


33.50     Crushed  aggregate 
surfacing 


Konitz  Contracting, 
$579,460.00 
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